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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs 
for the life of the project. Initial budget reflects the budget at the time the 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) 
was provided to the Contractor. If Initial Budget is blank it is because the 
project is pre-NTP. Projected budget is the current budget at the close of 
the current quarter. Difference displays any variance (+/-) between the 
Initial Budget and the Projected Budget. Projects trending under budget 
will be highlighted in green, those trending over budget will be highlighted 
red. 


Spent: Provides the actual values billed to the project to date. 


Schedule: RIDOT publishes an updated schedule to identify key milestones 
for a project. Advertise is when the contract documents are complete and 
the project is advertised for bids. Notice to Proceed (NTP) is when the 
construction contract is awarded and work may commence (the date of 
the purchase order). Site Active estimates when construction activities will 
physically begin for the project. Complete identifies the point in time at 
which the project may be deemed substantially complete, and ready for use 
by the general public. Completed phases will be shown with full dates and 
shaded fields. Status identifies the current phase the project is in: Design, 
Advertise, In Construction, & Substantially Complete. 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 on . ; 
Other NA $3.115 NA  §2.966 eb aiaeler ein ia aout: erage : 
ad ae Rey (50.765) ate % Construction Change Order: 2% 
- - Design as Percent of Construction: NA 
pase ee ee ee - Other as Percent of Construction: 20% 


Design: Includes costs for design contractor/consultant 

Construction: Includes costs for construction contractor services 
Other: Includes costs for right-of-way acquisitions, utility work, 
project oversight 

Contingency: Budgeted value to be utilized to address unforeseen 
issues. Contingency value is a reflection of the risk remaining on the 
project. 

Budget Contingency: At notice to proceed, budget contingency is 
typically set at 5% of low bid. 

Schedule Contingency: At notice to proceed, schedule contingency is 
typically set at 10% of the contract duration. Deviations from this 
standard may occur due to winter shutdown. Winter shutdown 
typically takes place from December 15 from April 15 but is weather- 
dependent. 

Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s 


Performance 

Anticipated Completion at NTP: Identifies the substantial completion 
date which was established at the Notice to Proceed (NTP) phase 

# of Months Late: Displays the difference between the Anticipated 
Completion at NTP with the current Schedule Complete date. 
Positive values indicate that the project is behind schedule and are 
highlighted in red; negative values indicate that the project is ahead 
of schedule and are highlighted in green. 

% Construction Change Orders: Ratio of the value of approved 
change orders versus the original contract award value 

Design as percent of Construction: Ratio of the budget values for 
Design versus Construction 

Other as percent of Construction: Ratio of the budget values for Other 
costs for producing the project versus Construction. 


systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 


Comingled Design: Historical financial information for Design costs were not 


tracked to the project level. As of 2015, all new Design contract costs are tracked to each 


individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 


possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 


Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 


the Design line; the Contractor/Design team will be reflected as one total in 
from advertisement to NTP is anticipated to take between 6-8 months. 


the Construction line. Additionally, the time for a design-build contract to be awarded 


Note: All dollar values are in millions and rounded to the nearest $100,000.00. 
Note: When all project within a Federal Fiscal Year are substantially complete, they will be removed from the report at the end of the current Federal Fiscal Year. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Status Color Range 
i 0-5% 
Satine On-Budget . 
0-6 months behind Over Budget 5-10% 
10%+ 


6-12 months behind 
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Project Summary Lists 
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Changes from Last Quarter 
Changes to Schedule this QUarte fevisiessicceveceueecevedecetenuccegtetvesgtetveqecaveguctetenteesacacevbieivcadeusggetavbetectteceddeestcsbeaeceucceeces A-61 


Changes to Budget this QUArTtel 0.0... esececessseseeeceeseseseceesenesecansenaeacaeseaeassesesscsesesesseseeesuesesaeasueed sense sateaeaseeeeeeetaneetes® A-63 


Index of Projects by Municipality 
Index of Projects by MUNICIPAlity.........c.cscsecsssessesssessssescessssesceesessesesecaesessescsescauacacsesassesaesasacseueaesesaeasueseseseseesaeeseeeseeeaeas A-64 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 ] 01-Feb-18 [18-Jun-21 

Design $0.343 $0.343 $0.000 $0.321 
Construction $6.957 $7.500 $0.544 $7.398 ts ; ; nes 
Other $1,711  §2.535  $0.824 §2.520 Sg eect ail a aUNTE: pEmela eas 
oe [ Pp ($0.400) ee % Construction Change Order: 8% 
or - - - Design as Percent of Construction: 5% 
pip a TYEE BD RIBGE peeeey Other as Percent of Construction: 34% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 | 30-Jan-18 | 15-Nov-19 
Design $1.155 $1.155 S0.000 $1.151 
Construction $5.797 $6.009 $0.212 $6.220 ee : ; ee 
Other $3.700  $2.100 ($1.600) $1.444 ae eleee cones Cee te. eee 
Contingency $1.958 $0.258  ($1.701) $0.000 eeanecton erence ouien 7% 
Ugel $12,610 $9.522 $8.814 Design as Percent of Construction: 19% 
AEs SAIS UMMEs BIS EISE Legacy. Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [3 ral, 
Design $0.534 S0.629 $0.095 $0.528 
Construction $15.915 $16.025 $0.110 $16.476 a . ; 
Other $2.731 $2,812 $0.081  §2.094 ee ed aeNtr: py Mav-20 
Contingency $0.875 $0.589 (S0.286) $0.000 ee eaneucion Change aiden A% 
fetal $20.055_$20.055 319.097 Design as Percent of Construction: 4% 
ope ae BEES PREGE peice Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2/-dul-17] 24 
Design S0.637 S0.637 S0.000 $0.631 
Construction $2.056 $2.056 $0.000 $1.972 a ; ; : 
Other $1300 $1360  $0.060 $0.973 ie eee aaa SNE 30-30-13 
Contingency $0.163 $0.103  ($0.060) $0.000 BP GOnehintGn Ganga Oiler 1% 
Uenel 34.156 $4.156 $3.575 Design as Percent of Construction: 31% 
PE EE ea ues EIN DG: Eesaky Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 ] 28-Feb-18 | 16-Aug-19 
Design S0.700 $0.932 $0.232 $0.931 
Construction $12.450 $13.657 $1.207 $13.535 ne . . 
Other $2.753 $2.556 ($0.197) $2.549 sale ae ae NTE: 30-Nov-19 
Contingency S0.700 S0.000 (SO0.700) $0.000 oF Ganstructon Change Grader: 10% 
Hota! 316.603 __ 917.145 317,015 Design as Percent of Construction: NA 
PTSID: 0143W eee BRIDGE Legacy Other as Percent of Construction: 19% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $2.532 $2.532 S$0.000 $2.499 
Construction $12.373 $12.779  $0.406 $12.560 — vay 
Other $4122  $4.260 $0.138 §2.123 eens ar NE cee! 
Contingency $1.670 $1.127  ($0.544) $0.000 Ceara as Gaenee Order 2% 
istal $20.697 $20.697 $17.183 Design as Percent of Construction: 20% 
PM 2) AINE MAE EuIeick peed Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.749 $1.749 S0.000 $1.611 
Construction 534.533 $34.533 S0.000 $35.986 a . : 
Other $3.285  $3.285  $0.000 —$2.664 Se a aineae to adlal eet: SEEN 
Contingency $3.047 $3.047 $0.000 $0.000 aKConsthuction chanee Onder: ry 
Total 342.613 342.613 340.261 Design as Percent of Construction: 5% 
ee SYFES ERE Legacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.846 $0.796 (S0.050) $0.720 
Construction $16.907 $20.130 $3.223 $19.404 oer . ; 
Other $3535 $2.509 ($1,026) §2.836 pba cater BtNIE SERENE 
Contingency $1.350 $0.050 ($1.300) $0.000 o Gannetan Ghanee Bree 19% 
Weta $22.638 $23,485 $22.959 Design as Percent of Construction: 4% 
BSE Uae] UTS EISIBISE poeacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | | 27-May-22 
Design S0.872 $1.072 S0.200 $0.993 
Construction $15.400 $21.000 55.600 5$20.683 - ; . 
Other $2,089  $2.204 $0115 §2.696 a ete aa auth cA 
Contingency S0.800 $0.585 (SO0.215) $0.000 o Canstruction Change Order 390% 
Total $19.161 $24,861 $24,372 Design as Percent of Construction: 5% 
PTSID: 0114R TYPE: BRIDGE Eoeacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design $1.534 $1.534 S0.000 $1.534 
Construction $19.229  $19.312 $0.083 $19.161 a ; ; 
Other e2615))) $5802) $3187) 65.825 bincias en asd ele 31-Dec-19 
Contingency $1.900 S0.000 (S1.900) $0.000 bGanctruction Change Order: 0% 
ioral $25.278 926.649 $26.520 Design as Percent of Construction: 8% 
Mees Es ees ASP: beech Other as Percent of Construction: 30% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-Aug-17 | 26-Feb-18 | 04-Dec-19 | 
Design 50.460 $0.579 $0.119 S0.377 
Construction $8.477 $8.891 $0.414 $8.840 a ; ; os 
Other $1.453  $1.369 ($0.083) $1.526 ee aur OO 
Contingency S0.450 S0.000 (S0.450) $0.000 SA Gonetriction Change Ordex A% 
ota 310.840 __ 510.839 210,744 Design as Percent of Construction: 7% 
play pee) ES EERE Epeaty Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.600 $0.560 ($0.040) $0.552 
Construction $6.800 $7.200  $0.400 $7.085 we : ; eine 
Other $1512  $1.149 ($0.363) $0.956 HS eco lag ab Nee cee 
Contingency $0.350 $0.000 (S$0.350) $0.000 Gaeo nection renee One’ 9%, 
otal 39.261 $8.909 $8.593 Design as Percent of Construction: 8% 
Melee Welle, Ieee ae Bie Eeeaty Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-May-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $250.630 $269.860 $19.230 $200.792 de : : 3 
Other $121.776  $56.699 ($65.077) $37.837 fill eee ane: SLEEK ISN ae 
Contingency $37.595  $16.711 ($20.884) $0.000 OA CORELICHOR Change Onan 9%, 
oe $410.000_5343.270 p238.629 Design as Percent of Construction: 
PISIE Ruz WEES BRIRGE Depacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 | 18-Nov-19 | 
Design S0.650 50.860 $0.210 S0.859 
Construction $9.400 $9.620 $0.220 $9.620 ae : ; are 
Other ($0.067)  $1.951  §2.018 $1.914 eters ame ae NTE cEm Soe 
Contingency $1.410 $0.000 ($1.410) $0.000 eee ee change Grien rE 
Tstal $11,393 912.431 912.393 Design as Percent of Construction: 9% 
PTSID: 0013L MAES EISEN peeaey Other as Percent of Construction: 20% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $0.379 $0.367 ($0.012) $0.367 
Construction $1,511 $1.581  $0.070 $1.581 Se ; ; Crm 
Other $0.824  $0.655 ($0.169) $0.655 ee aes 31-May-13 
Contingency $0.075 $0.000 (S$0.075) $0.000 3% Construction Ghaneé Order: 5% 
Total $2.789 $2.603 $2.603 Design as Percent of Construction: NA 
Pile 0OTAF IPE: BRIDGE paeaty Other as Percent of Construction: 41% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-17 [11-Oct-17 | 24-Jul-20 
Design $0.150 $0.331 $0.181  $0.287 
Construction $12.320 $12.520 $0.200 $11.878 — eee 
Other $5.220  $3.935 ($1.285) $2.798 eee ons ar NE cia eae 
Contingency $1.358 $0.012 ($1.346) $0.000 Seances Gaenee Order: "1% 
Wael 319.048 _$16.798 314.963 Design as Percent of Construction: NA 
PIs Sees UMA ES LAN IPISIE EEeaty Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 24-Jan-18 | 31 
Design $0.425 S0.450 $0.025 $0.425 
Construction $12.137 $13.237 $1.100 $13.228 i . ‘ - 3 
Other $3,032 §2.462 ($0.570) $1.821 Se inact ala annie: Ema eae 
Contingency $1.214 $0.659 (S$0.555) $0.000 oe Construction Chaneé Onde: 9%, 
Total $16.808 $16.808 $15.474 Design as Percent of Construction: 3% 
cise aan SYFEse nee Legacy Other as Percent of Construction: 19% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 [28-Sep-17 | 
Design S0.000 S0.000 S0.000 50.000 
Construction S0.500 $0.500 S0.000 S0.475 ae ; : dee 
Other $0.327 $0.327 $0.000 $0,161 fe cece aia ae Sle Oct 
Contingency S0.066 S0.066 S0.000 S0.000 % Construction Change Order “5% 
Hotel 30.893 30.893 30.636 Design as Percent of Construction: 
PDI Deere EYPE AP ERenING Leeacy Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544  $0.000 $0.495 ee : : Pe 
Other $0.322  $0.322 $0.000 §0.159 ee cee alee BENNIE: eRe 
Contingency $0.066 $0.066 $0.000 $0.000 Sree erter ae caanee orden 0% 
eel 30.932 30.932 30.653 Design as Percent of Construction: 
pep eccre MBB SIRE Vals poeacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Spor Ui sts os 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 S$0.554 i . ; aes 
Other $0.322  $0.300 ($0.022) $0.269 Uae aa BENE 31-Oct-17 
Contingency S0.066 S0.066 $0.000 $0.000 SE eRtinn ai change Biden A 
tote! $0.966 $0.966 $0.823 Design as Percent of Construction: 
PISID: OO84A, EE OPERAS Legacy Other as Percent of Construction: 50% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Ceduna 17s We=Dec=17)| 
Design $0.000 $0.000 $0.000  $0.000 
Construction S118? $1.182 $0.000 $0.899 — rar 
Other $0.449  $0.494 $0.045 —$0.360 eta oes as cite Leas 
Contingency $0.113 $0.068  ($0.045) $0.000 Ceara as Gaenee Order “1% 
Vee! 31.744 31.744 31.259 Design as Percent of Construction: NA 
PII en RE CESRSUNS peo) Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.863 $1.978 $0.115 $1.900 seg . : a ee 
Other $0,429 0.314 ($0.115) §0.181 Anticipated pice at NTP: 30-Jun-18 
: # of months late: 
Contingency $0.133 $0.133 $0.000 $0.000 96 Construction Chanes Order: 3% 
rot $2.425 $2.425 $2,081 Design as Percent of Construction: 
PISIB: BOSEX Sipe OPEN Leeary Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-17 | 31-May-17 | 31-Oct-18 
Design $0.000 $0.000 $0.000  $0.000 
Construction $2.011 $1.816  ($0.195) $1.664 oer . ; eee 
Other $0.839  $0.716 ($0.123) $0.657 pie caer a BtNIE: al 
Contingency $0.252 S0.430 $0.178 $0.000 Sra nterCeTan Grenee Orden "17% 
Ue 33.101 32.962 $2,321 Design as Percent of Construction: 
pe eaey EE eRe RUNS Lona Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 2aeMay= 09 
Design $0.422 $0.443 $0.021 S0.288 
Construction 55.198 $5.348 $0.150 $5.336 a4 . : : 
Other $1.076  $1.506 $0.429 1.464 ee auth oe S 
Contingency $0.635 S0.000 (S0.635) $0.000 % Construction Change Order 3% 
Total $7.331 $7.296 37.089 Design as Percent of Construction: 8% 
PTSID: 0201V PE realli Eseeey Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.046 S0.046 S0.000 S0.000 
Construction $1.929 $1.929  $0.001 $1.612 ant ; ; Pete 
Other $0.406  $§0.466  $0.060 $0.409 pie se cena ee 31-May-19 
Contingency $0.140 $0.080 ($0.061) $0.000 OA HU Tn Grange Order "16% 
ieee) $2,521 $2,521 $2,021 Design as Percent of Construction: 2% 
PUES Wa! NSE ESSIING [eeacy. Other as Percent of Construction: 24% 
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PAVEMENT 
Budget Spent 
Initial Projected Difference To Date 
Design $0.133 $0.133 $0.000 $0.066 
Construction $1.100 $1.123 $0.023 $1.123 
Other $0.847 $0.388  ($0.459) $0.349 
Contingency $0.055 $0.000 ($0.055) $0.000 
Total $2.135 $1.643 $1.538 
PTSID: 0173U TYPE: PAVEMENT Legacy 


Advertise NTP Complete 


(USsee—lyi2>—Jan= 827 su le 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


ae 


% Construction Change Order: 10% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 35% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.500 $0.500 $0.000 $0.122 

Construction $6.200 S6.606 S$0.406 $6.326 

Other $2.437 $2.317 ($0.120) $2.048 

Contingency $0.314 $0.028  ($0.286) $0.000 

Total $9.451 $9.451 58.497 
PTSID: 0007C TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.600 $0.380 (S0.220) $0.380 

Construction $6.786 $6.682  ($0.103) $6.682 

Other $1.093 $0.955 ($0.138) $0.955 

Contingency $0.339 $0.000 ($0.339) $0.000 

Total $8.817 $8.017 $8.017 
PTSID: 0088A TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.400 $0.420 $0.020 $0.218 

Construction $3.000 $3.000 $0.000 $1.605 

Other $1.317 $1.337 $0.020 $0.529 

Contingency $0.300 $0.260 (S0.040) $0.000 

Total $5.017 $5.017 $2.353 
PTSID: 0082C TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.414 $0.338  (S0.076) $0.338 

Construction $5.278 $5.018  ($0.260) $5.018 

Other $1.194 $0.778  (S0.416) $0.778 

Contingency $0.238 $0.000 (S$0.238) $0.000 

Total $7.123 $6.135 $6.135 
PTSID: 0081D TYPE: PAVEMENT Legacy 


Advertise NTP Complete 
Schedule: [.27-Dec-16 | 28-Apr-17 | 06-Dec-18 | 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 35% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 6% 
Other as Percent of Construction: 14% 


Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: -8% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 45% 


Advertise NTP Complete 
Schedule: | 22-Sep-17 06-Feb-18 | 31-Aug-18 
Anticipated Completion at NTP: 30-Sep-18 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 16% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.710 $0.710  $0.000 $0.573 

Construction $3.135 $3.135 $0.000 $2.396 

Other $0.941 $0.941 S0.000 $1.272 

Contingency $0.149 $0.149  $0.000 S$0.000 

Total $4.935 $4.935 $4.241 
PTSID: 0081K TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.767 $0.384 (S0.383) $0.384 

Construction $4.751 $4.502  ($0.250) $4.502 

Other $2.197 S0.899 ($1.299) $0.897 

Contingency $0.200 $0.000 ($0.200) $0.000 

Total $7.915 55.784 $5.782 
PTSID: 0081W TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.390 $0.465 $0.075 $0.358 

Construction S4.637 $5.169 $0.532 $4.874 

Other $2.735 $2.420 (S0.315) $1.080 

Contingency $0.300 $0.008  (S0.292) $0.000 

Total $8.062 $8.062 $6.312 
PTSID: 0081R TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.130 $0.205 $0.075 $0.112 

Construction 53.960 $4.094 $0.134 $4.028 

Other $1.242 $1.196  (S0.046) $0.863 

Contingency $0.198 $0.035 ($0.163) $0.000 

Total $5.530 $5.530 $5.003 
PTSID: 0166H TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.110 $0.110 S0.000 S0.070 

Construction $0.880 $0.880 $0.000 $0.744 

Other $0.525 $0.525 S0.000 $0.229 

Contingency $0.044 $0.044  $0.000 S0.000 

Total $1.559 $1.559 $1.043 
PTSID: 0173S TYPE: PAVEMENT Legacy 


FFY17 


Complete 


Advertise NTP 


Schedule: |26=Sejo= 17) OG Saiaim= is} 14-Dec-18 
Anticipated Completion at NTP: 31-May-19 
# of months late: [2 6 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 30% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 20% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 47% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 29% 


Schedule: 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 60% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [08-Sep-17 | 14-Dec-17 | 21-Dec-18 | 
Design S0.600 S0.600 S0.000 S0.493 
Construction $5.900 $5.980 $0.080 $4.149 oe eet. 
Other $2.238  $2.238 $0.000 1.500 ee al SERENE 
Contingency $0.295 $0.215  ($0.080) $0.000 rancor Change Gree = A% 
ota 39.033 39.033 36.142 Design as Percent of Construction: 10% 
PISID OT 782 TEE: ERVEMENT Legacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 | 18-Sep-18 | 
Design $0.300 $0.132 ($0.168) $0.132 
Construction $3.334 $2.432  ($0.902) $2.432 we : ; eae 
Other $1.299  $0.673 ($0.625) §0.673 HS eco ala aes 30-Nov-18 
Contingency $0.202 $0.000 (S0.202) $0.000 oA Conctetion cheers orice "14% 
Uvel 35.134 33.237 $3.237 Design as Percent of Construction: NA 
PIERS ae MME: TESMEIEN, Legacy Other as Percent of Construction: 28% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 $0.098 (S0.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 Ee : : saisens 
Other $0.374  $0.132-—-($0.242) $0,132 fee aaa aun: plea 
Contingency S0.016 S0.000 (S0.016) $0.000 % Canstruction Change Order 0% 
Total 30.715 30.453 30.453 Design as Percent of Construction: 44% 
Pisibe OLG6M PEE SCAR Deescy Other as Percent of Construction: 59% 
ae OTHER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.150 $0.165 $0.015 S0.000 
Construction 52.800 $2.800 S0.000 52.830 ha : : ees 
Other $1.701  $1.686  ($0.015) $1.153 Sie rear geal aes 31-Oct-19 
Contingency $0.140 $0.140 $0.000 S$0.000 2% Construction Change ener 7% 
Total $4.791 $4.791 $3.982 Design as Percent of Construction: 6% 
a cece VRE PE OWEN Leeaty Other as Percent of Construction: 60% 
TRAFFIC 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: y-18 
Design $0.040 $0.022 ($0.018) $0.000 
Construction $0.250 S0.000 (S0.250) $0.000 oe . : eas 
Other $0.200  §0.475 $0.275 §0.383 ee Beir: 30-Sep-18 
Contingency 50.030 $0.023 ($0.007) $0.000 Ue Cancecunlion change orden 0% 
Total 30.520 30.519 30.383 Design as Percent of Construction: NA 
peel 00ErE Lalla hglagis Peescy Other as Percent of Construction: 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 30-Nov-17 | 02-Nov-18 
Design $0.117 $0.067 (50.050) $0.062 
Construction $0.530 $0.491 ($0.039) $0.491 =e : ; vee 
Other $0.236 $0327 $0.092 $0.311 pete aa at ac Ne ULAR 
Contingency $0.050 $0.047  (S0.003) $0.000 Seances change Grice 5% 
Vee! 30.933 30.933 30.863 Design as Percent of Construction: NA 
EID eeeE EE RATES peace) Other as Percent of Construction: 67% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.260 $0.236 (S0.024) $0.224 
Construction $1.531 $1.630  $0.099 $1.353 - . : ae 
Other $1.226  $1.235 $0,009 $1.114 Se inact alla ac NTD: oN ove 
Contingency $0.153 $0.001 ($0.152) $0.000 aKConsthuction Change Order: 6% 
Ton $3.170 $3.102 $2,691 Design as Percent of Construction: NA 
ESI. Dteal TYE: PRAPHE Legacy Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.040 $0.040 S$0.000 $0.027 
Construction S0.579 $0.579 $0.000 $0.532 ae ' ; : 
Other 0.653  $0.661  $0.008 $0.084 fp caer a ae NIE: Sees 
Contingency $0.037 $0.029 (S0.008) $0.000 oe eaerUctOn Ghanae Bree 0% 
Uahel 31.308 31.308 30.643 Design as Percent of Construction: NA 
pipe oeeo REESE Eeeeey Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.042 S0.037 (S0.004) $0.000 
Construction S0.700 $0.710 $0.010 $0.673 a ; ; roe 
Other 0.745  §0.739 ($0.006) $0.451 ee aU NTE: 31-Jul-19 
Contingency $0.032 $0.032 $0.000  $0.000 oF aheaian Change Gree 6% 
iota! 31.518 31.518 31.123 Design as Percent of Construction: 5% 
eb aoree re: Sheree Leeaky Other as Percent of Construction: 104% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.330 $0.159  ($0.172) $0.159 
Construction $1.468 $1.354 ($0.114) $1.354 ae ; ; er 
Other $2.016  §0.872 ($1.144) §0.872 pba Se cone gC NE: See 
Contingency S0.075 S0.000 (S0.075) $0.000 bGanctruction Change Gree 3% 
Weel $3.889 $2.385 $2.385 Design as Percent of Construction: 12% 
Se ees TBE RAF Ee Eveaey Other as Percent of Construction: 64% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.236 $0.221 ($0.015) $0.073 
Construction $1.100 $1.100  $0.000 $0.988 . ’ yon 
Other $0.414 $0594 $0180 $0.428 oe aC nTe: cae 
Contingency $0.165 $0.000 ($0.165) $0.000 a acieian Change Gree "1% 
otal $1.915 $1.915 31.488 Design as Percent of Construction: 20% 
Pisibs 2e1ee re: TREE Legacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: a 
Design S0.065 S0.065 $0.000 $0.000 
Construction $0.549 $0.561 $0.012 $0.435 we : ; ore 
Other $0.430  $0.445 $0.015 $0.260 HS cet ll 30-Nov-18 
Contingency S0.055 $0.028  ($0.027) $0.000 Gaea nection renee One’ "1% 
otal 31.098 31.098 30.695 Design as Percent of Construction: 12% 
PUBS E201 MES UST Lemay Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 2=Fek ae 
Design $0.228 $0.228 $0.000 $0.193 
Construction $1.403 $1.403 $0.000 $1.377 ae . ; Si 
Other $0.511  $0.511  $0.000 §0.653 fill eee eENie: latina 
Contingency $0.140 $0.140 $0.000 $0.000 Oe CSRS HLIGOA Change onan 5% 
oe! 32.282 32.282 32.223 Design as Percent of Construction: NA 
BSD aur?) EE SREP Eeeany Other as Percent of Construction: 36% 
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FFY18 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Sep-18 | 05-Dec-18 | 08-Oct-20 | 
Design $1.237 $1.129 (S0.108) $0.988 
Construction $7.300 $7.445 $0.145 $7.246 ~ : ; ee 
Other $1853 §2.179  $0.327  $2.248 Sg eect a a BEN DE: Sembee 
Contingency S0.378 $0.014  ($0.364) $0.000 ean aon Change Giee "1% 
Total $10.768__ 510.768 310.482 Design as Percent of Construction: 15% 
PiviD: 00TF TPE BRIDGE peeeey Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.819 $0.781  (S0.037) $0.652 
Construction $7.695 $8.053 $0.358 $8.053 ee : ; ere 
Other $1.529  $1.215 ($0.314) $1.344 peber econ cl Be NTE: SESE 
Contingency $0.385 $0.000 (S$0.385) $0.000 Geaneicten cyan Omer 5% 
Ves $10.427__ 510.049 $10.049 Design as Percent of Construction: 10% 
PIES Oe MBE: EISEN: Lemay. Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Sep-18 ]| 05-Dec-18 | 31-May-20 
Design S0.998 S0.964 (S0.034) $0.882 
Construction $2.664 $2.799 $0.135 $2.799 ees : . 7 
Other $0.895 $1,000 $0.105 $1.081 ee ed aeNtr: ee Mavy-20 
Contingency $0.080 $0.000 ($0.080) $0.000 Sanction Charige Grier 5% 
Total $4.637 34.762 34.762 Design as Percent of Construction: 34% 
PTSID: 0013G Pe PRIEGE peeaey Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complet 
Initial | Projected Difference To Date Schedule: [3! ey Ee 220) 
Design $1.125 $1.000  ($0.125) $0.773 
Construction $3.633 $4.433 $0.800 $4.126 ee : ; come 
Other $2174 $1,370 ($0804) §1.107 eo eeececree aaa Bani: 31-May-20 
Contingency 50.180 $0.000 (S$0.180) $0.000 BP GOnehintGn crenge Oren 31% 
otal $7.112 $6.803 $6.006 Design as Percent of Construction: 23% 
PIER ES? Mes in Bete pres Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: EY 18 J 29- 
Design $1.480 $1.480 S0.000 51.306 
Construction $6.500 $6.500  $0.000 S4.646 7 : ; ; 
Other $2.133 $2,133 $0.000 $1.346 a falar er arnt: ae May-21 
Contingency $0.625 $0.625 $0.000 $0.000 Se eanetruntion Grange Ghee 0% 
Total $10.738__510.738 37.298 Design as Percent of Construction: 23% 
PTSID: 0013U Eye: BRIDGE Leeacy Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.520 $0.520 $0.000 $0.394 
Construction $5.355 $5.519 $0.164 $4.402 a ; : 3 : 
Other $1.830  $1.686 ($0.14) §0.998 eae he ds SERENE 
Contingency $0.375 $0.355  ($0.020) $0.000 Garonne Gaanee Grader 1%; 
otal 38.080 38.080 35.794 Design as Percent of Construction: 9% 
PISIEY nee UMS A PISIE Eeeay Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Nov-17] 28-Aug-18 | 02-Jul-20 
Design S0.450 S0.450 S0.000 S0.434 
Construction S6.700 $6.700 S0.000 S6.909 se . : Rae 
Other 2.626  $2.626 $0,000 $0.813 Se aceon alla arty 30-Jun-21 
Contingency $1.040 $1.040  $0.000 $0.000 SCORSTHLICHOR Change Hider: 1% 
rot $10.816__ 510.816 $8.156 Design as Percent of Construction: 7% 
PISID: QOL 75 EYPES BREE Legacy Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Nov-17 | 30-Oct-18 | 12-Jul-21 
Design S0.788 S0.788 $0.000 $0.284 
Construction $10.729 $10.729 $0.000 $10.386 oer . ; : 
Other $3.381 $3.381  $0.000 $1.960 pie caer a ae NIE: 31-Oct-22 
Contingency $1.609 $1.609 S$0.000 $0.000 ace aneman Grenee Orden 19% 
eal $16.508__$16.508 312.629 Design as Percent of Construction: 7% 
eeu! UMS Lona Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [| ~Aug— 
Design S0.460 $0.510 S0.050 S0.444 
Construction $2.502 $2.552 $0.050 $2.499 a4 . : castes 
Other $1944 $1,944 $0.000 $0,829 ee anne 31-May-20 
Contingency $0.250 $0.150 ($0.100) $0.000 6; Canetniction Change Gee 3% 
otal 35.156 35.156 33.772 Design as Percent of Construction: 20% 
PTSID: 0017G Pee eee EsGaey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Feb—18 | 14-Jan-19 | 29-Sep-21 
Design $0.774 $0.774 $0.000 $0.710 
Construction $9.980 $10.227  $0.247 $10.176 au : ; ee 
Other $2115  §2.115  $0.000 $2.218 binciss ee aus el 30-lun-22 
Contingency $1.000 $0.753 ($0.247) $0.000 OA HU Tn Grange Order 3% 
uote! $13,869 513.869 $13,105 Design as Percent of Construction: 8% 
Pee Wat JUNE IN ETO Lemay Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Aug-18 | 15-Nov-18 | 10-Nov-20 | 
Design S0.800 S0.787 (S0.013) $0.663 
Construction $5.944 S6.470 $0.526 5$6.469 a . ; sieoeats 
Other $1598  §2.048  $0.450 2.140 ee aCe CET ell 
Contingency S0.400 S0.000 (SO0.400) $0.000 SA Gonetriction Change Order 12% 
otal 38.742 39.306 39.272 Design as Percent of Construction: 12% 
PESID; 20136 SVE ERGE Legacy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.397 $0.433 $0.035 $0.433 
Construction $1.664 $1.664  $0.000 $1.780 ne : : 
Other $0.834  $0.834 + $0.000 $0470 nS cc ll 30-Jun-20 
Contingency $0.160 $0.125  ($0.035) $0.000 eaea nection renee One’ 7%, 
otal 33.055 33.055 32.683 Design as Percent of Construction: 26% 
PRS eet MES EI EIGN Leeacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Nov-17 ] 06-Mar-18 | 13-Dec-19 | 
Design $0.375 $0.375 S0.000 $0.272 
Construction $2.322 $2.322 $0.000 $2.174 ae . ; 
Other $1.260  $1.260  $0.000 $1.034 lll eee ar NTE: Sian-21 
Contingency $0.115 $0.115 $0.000 $0.000 DA CReLICOR Change Onan 5% 
oe! $4,072 34,072 33.479 Design as Percent of Construction: NA 
ED oes Pes Bute Eeeaty Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.500 S0.500 $0.000 $0.382 
Construction $1.702 $1.702 $0.000 $1.646 ae : ; 
Other $1.290  $1.290  $0.000 §0.695 eens ames aus 30-Jun-19 
Contingency S0.077 $0.077 $0.000  $0.000 Sa ere atta cnenee Order: 0% 
otal 33.569 33.569 32.722 Design as Percent of Construction: 29% 
PEM Es tats UN ABe ELISE peeeey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [12-Jul-18 | 26-Sep-18 | 02-Dec-19° 
Design $0.625 $0.625 S0.000 $0.270 
Construction $1.520 $1.520  $0.000 $1.428 Se ; ; 
Other $1348 $1348 $0,000 $0.652 ee een: 30-un-20 
Contingency $0.076 $0.076 $0.000 $0.000 3% Construction Ghaneé Order "So 
ots) $3.569 $3.569 $2.350 Design as Percent of Construction: 41% 
Pisibe 02016 Pre eeEee Leeacy Other as Percent of Construction: 89% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.040 $1.040 $0.000 $0.936 
Construction $6.868 $6.868 $0.000 $6.770 = : : pears 
Other $3.440  $3.440 $0.000 $§3.261 peta ees ees Sees 
Contingency $0.340 $0.340 $0.000 $0.000 Barros lee Gaerne Order 5% 
iota $11.688_$11.688 310.966 Design as Percent of Construction: 15% 
PSRs SES UMA En EIN PISIE Eeeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: }04-Sep-20 
Design S0.370 S0.370 S0.000 S0.230 
Construction $3.808 $4.227. $0.419 $3.783 7 . : Yue 
Other $1,687  $1.204 ($0.483) $1.130 Se ec alla artes 30-Apr-20 
Contingency $0.250 $0.159  ($0.091) $0.000 sAConsthuction Chanee Onder: “1% 
Total 36.115 $5.960 35.142 Design as Percent of Construction: 9% 
FISD: BOD TYPES BOGE Leary Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.801 $0.921 $0.120 $0.846 
Construction $10.000 $17.680 $7.680 $15.136 oer . ; 
Other $2815 $3,360 $0545 $3.448 pple caer a ae NIE: cea 
Contingency $0.900 $0.000 ($0.900) $0.000 O Gannaeton Ghanae Bree 36% 
eal 314.516 __$21.961 919.431 Design as Percent of Construction: 5% 
ee IEE UG SEES pena Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [24-May-18 | 07-Aug-18 | 24-Aug-20 
Design S0.775 S0.699 (S0.076) $0.658 
Construction 53.661 $3.727 $0.066 $3.139 a4 . : : 
Other $1.733 $1,097 ($0.636) $1.141 ee ae NTE: 30-Nov-20 
Contingency S0.300 S0.000 (S0.300) $0.000 % Construction Change Order 3% 
otal 36.469 $5.523 34.937 Design as Percent of Construction: 19% 
PTSID: 0167C ee Leeaey Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jul-18 | 26-Sep-18 
Design S0.789 $0.589 ($0.200) $0.553 
Construction $1.988 $2.238 $0.250 $2.134 am : ; eee 
Other $3,052  $3.082 $0,030 §2.405 piscina el 30-Nov-21 
Contingency $0.099 $0.019  (S0.080) $0.000 OA HU Tn Grange Order 7% 
uote $5.928 $5.928 $5.092 Design as Percent of Construction: 26% 
PENS HEN e NSE BRIDGE Ceeay Other as Percent of Construction: 138% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.342 $0.342  $0.000 $0.350 Lie : ; ea 
Other $0.218  $0.218  $0.000 $0.04 fb ace o aENTE: 31-Oct-18 
Contingency $0.040 $0.040 $0.000  $0.000 U. Caneicaon Change Gee 0% 
Total $0.600 $0.600 $0.394 Design as Percent of Construction: 
PYSIDE Gaps TIRE DEERAUING Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L22-Dec-17 | 26-Mar-18 | 05-Sep-18 
Design S0.000 S0.000 $0.000 $0.000 
Construction $0.666 $0.666 $0.000 S$0.584 ae ; : ree 
Other $0.251  $0.251  $0.000 §0.062 eee oma BENE 31-Oct-18 
Contingency $0.033 $0.033 S$0.000 $0.000 Er Caer nnan Grange Once 0% 
otal 30.950 30.950 30.646 Design as Percent of Construction: 
ESD O10e UN dee OA ASAUNS peaey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.20-Dec-17 | 08-Mar-18 | 15-Aug-18 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.698 S0.698 S0.000 $0.625 See : : de. 
Other 0.251  $0.251 $0,000  $0.069 cece aia anes Ramee 
Contingency $0.033 $0.033 S0.000 S0.000 % Construction Change Order 0% 
Total 30.982 30.982 30.694 Design as Percent of Construction: NA 
PII Bae ERE OFERATING Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27-Dec-17 ]| 20-Feb-18 | 11-Oct-18 
Design S0.000 S0.000 $0.000 $0.000 
Construction 51.237 $1.237  $0.000 $1.216 ee : : eee 
Other $0.339 $0.339 $0.000 -$0.211 ee coe alee BENTE: pita veers 
Contingency $0.075 $0.075 $0.000 $0.000 Sree erter ae caanee orden "7% 
eel 31,651 s1,651 31.427 Design as Percent of Construction: 
eel PE RERAUNS pena) Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 $0.008 S0.008 S0.000 
Construction $2.009 $2.614  $0.605 $2.590 ss . ; Sie 
Other $0.340  $0.383 $0.043 $0445 UU ieee aa ae 30-Nov-18 
Contingency S0.060 $0.030 ($0.030) $0.000 SE eRtinn ai change Biden 790% 
Hotel $2.409 $3.035 $3.035 Design as Percent of Construction: 0% 
pialbs BiG36 eee Legacy Other as Percent of Construction: 15% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: HOS Aor= 19) 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1.427 $1.427 $0.000 $1.429 a : : vane 
Other $0.339 $0.339 $0.000 $0,125 ete eer yon le es SuSE 
Contingency $0.075 $0.075 $0.000 $0.000 Gras retina Guenee Order 0% 
otal 31.841 31.841 31.555 Design as Percent of Construction: 
PIE SEMeE (MAES SEERA Bena) Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.523 $1.523 S0.000 $1.563 se . : a ee 
Other $0.402 $0.402 $0,000 $0.153 Se econ alla artes 30-Jun-19 
Contingency $0.075 $0.075 $0.000 $0.000 a CanshLicHon Change Hider: 6% 
otal 32.000 32.000 $1.717 Design as Percent of Construction: 
PISID: OLO5A ive OPEN pela Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-Sep-18 }| 04-Feb-19 | 
Design S0.108 S0.108 S$0.000 5$0.076 
Construction $1.147 $1.152 $0.005 $1.134 oer . ; 
Other $0.307 $0.307. -$0.000 $0126 pie caer a ae NIE: Sema 
Contingency $0.060 $0.055  ($0.005) $0.000 S Ganneton Ghanae Bree 0% 
oral $1.622 31.622 31.336 Design as Percent of Construction: 9% 
AIR UMS So PENNS Loney Other as Percent of Construction: 27% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.800 S0.800 S0.000 S0.590 
Construction 56.089 $6.083 (SO0.006) $5.665 “A : ; - : 
Other $1603 $1603 $0,000 $§1.122 silat oa aE NTE: acaatl ae 
Contingency $0.713 $0.719 $0.006 $0.000 ae Construction Chae Gnlen 5% 
roe! 39.205 39.205 37.376 Design as Percent of Construction: 13% 
PIsibe Go120 TYEE POVEMENT Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26-Sep-18 }13-Nov-19 
Design S0.670 S0.280 (S0.390) $0.209 
Construction $1.630 $1.630 S0.000 $1.598 bh : ; Dita 
Other $0.801  $0.801 $0,000 $0.558 SS dae ec ae: 30-Jun-20 
Contingency $0.105 $0.010 (S$0.095) $0.000 Scan eteetan crenee Orden "1% 
otal $3.206 $2.721 $2.364 Design as Percent of Construction: 17% 
PIRIEE Re HED HSU ESE pene Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-May-18 | 13-Sep-18 [18-Aug-19 | 
Design S0.358 $0.358 50.000 $0.252 
Construction $2.728 $2.738 $0.010 $2.372 a . ; ro 
Other $0.768  §0.768  $0.000 $0.524 oe aCe: 37-Aug-12 
Contingency $0.135 $0.125  ($0.010) $0.000 a acieian Change Glen 3% 
otal 33.989 33.989 33.148 Design as Percent of Construction: 13% 
EnSIDy Si740 Eee eens Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.180 $0.180 $0.000 $0.102 
Construction $2.324 $2.324 $0.000 $2.007 ne : : eee 
Other $0.928  $0.928  $0.000 $0.739 nS cee lla 31-May-19 
Contingency $0.116 $0.116 S$0.000 $0.000 Gace nection renee One’ "19% 
ital 33.548 $3.548 $2.847 Design as Percent of Construction: 8% 
Plies Walee! UMASS ULENEL Leeacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.300 S0.300 S0.000 S0.055 
Construction $1.395 $1.395 $0.000 $1.032 ae . ; 
Other $0.717. $0.717 $0.000 $0,399 ill eee eENie: ene Mav-19 
Contingency $0.140 $0.140  $0.000 $0.000 oa Construction Change Onan 19% 
Hoel $2.551 32.551 31.486 Design as Percent of Construction: 22% 
eel Es Eee vieNl esictaldd Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-18 | 12-Apr-18 | 14-Dec-18 
Design S0.460 S0.460 $0.000 S$0.368 
Construction $3.995 $4.545 S$0.550 S$4.473 =f : ; : 
Other $1.509  $1.059 ($0.450) $1.049 an eee e aa ae NUE 31-Dec:20 
Contingency S0.208 $0.108 ($0.100) $0.000 Croan een an cranee One 16% 
otal 36.172 36.172 35.890 Design as Percent of Construction: 10% 
Pies SMSO EVEN peace) Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: o=Dec= 1 
Design $0.755 $0.755 S0.000 $0.635 
Construction $7.373 $7.464 $0.090 $5.551 7 . “eases 
Other $1.478  $1.550 $0.072 $1.438 ee gene: 31-May-20 
Contingency $0.350 $0.188  ($0.162) $0.000 3% Construction Ghaneé Order: "59% 
Total $9.956 $9.956 $7.624 Design as Percent of Construction: NA 
PiSIRE 061% PEEVE Leeacy Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: < un-18 | 24-Oct-18 | 
Design S0.380 $0.303 (S0.077) $0.276 
Construction $1.241 $1.273 $0,033 $1,273 _ : ; ee 
Other $1640 $1,160 ($0.480) $1.187 peta ees See elt 
Contingency $0.062 $0.000 (S$0.062) $0.000 Barats ee Gaenee Order 5% 
Vee! 33.323 32.736 32.736 Design as Percent of Construction: 24% 
PINIBs Shee UMS TEEN! Beeacy Other as Percent of Construction: 91% 
oa OTHER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Apr-18 | 29-Jun-18 | 24-Oct-19 
Design S0.246 S0.246 S0.000 S0.000 
Construction 52.490 $2.490 $0.000 $2.652 5 : : 
Other $1.288 $1288  $0.000 $0,997 sae ae ae 31-Oct-19 
Contingency $0.180 $0.180 S$0.000 $0.000 oF Canoe ieicn change Gen 7% 
Total $4.203 34.203 33.649 Design as Percent of Construction: 10% 
pede ES eee LeGay Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.135 $0.262 $0.127 $0.262 
Construction $3.186 $4.118  $0.932 $4.118 a : ; ee 
Other 60.538 $1319  $0.781 $1316 Bo laa ee ae pam elarae 
Contingency S0.395 $0.000 (S0.395) $0.000 So COnttan ign Change Order: 9% 
oral 34.254 35.698 35.696 Design as Percent of Construction: 6% 
ETpID 30026F TE Wel SIRT: Legacy Other as Percent of Construction: 32% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29=Jun-1 [s@leisei hs) [SWis Celeste 
Design $0.155 $0.126  ($0.029) $0.120 
Construction $1.065 $0.774 ($0.291) $0.761 Oo . ; cee 
Other $0.516 $0.457 ($0,059) $0.465 ora rere aENTP: 31-Dec-13 
Contingency $0.061 $0.000 ($0.061) $0.000 2% Construction Change ener 57% 
Total $1.797 $1.357 $1.346 Design as Percent of Construction: 16% 
ESI Rupee Tires TRAPHE Legacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Aug-18 | 26-Oct-18 | 31-Oct-19 
Design S0.240 S0.240 S0.000 S0.209 
Construction $0.745 $0.773 $0.028  $0.709 ae : : 
Other $0.724  $0.724 $0.000 $0.229 a bila res oa eee ees May-20 
Contingency $0.075 $0.047 ($0.028) $0.000 Bee neaneran Grange Ores "50, 
etal 31.784 31.784 31.148 Design as Percent of Construction: 31% 
PIS ID 00255 Us TSN Se Leeda Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: -Nov-18 [ 08-Nov-19 | 
Design $0.550 S0.570 $0.020 $0.509 
Construction S0.460 $0.510 S0.050 50.469 — d . : 7 
Other $1155 $0.595 ($0.560) $0.424 ee aUNTr: EE UEV aA 
Contingency S0.050 S0.050 S0.000 S0.000 oA Construction Change Order 5% 
otal 32.215 31.725 31.401 Design as Percent of Construction: 112% 
PISID; BOLE re Tee Legacy Other as Percent of Construction: 117% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29—Dec-17 | 23-Feb-18 | 30-Aug-19 
Design $0.445 $0.464 $0.020 S$0.411 
Construction $1.668 $1.783 $0.115 $1.562 ae : ; 
Other $1.621  $1.543  ($0.078) $1.128 HS coke lls Ue 31-Dec-19 
Contingency $0.083 $0.027 ($0.057) $0.000 eaeaneCntion renee One’ 19% 
otal 33.817 $3.817 33.101 Design as Percent of Construction: 26% 
ETSID BOGE NEE RAnEIS Legacy Other as Percent of Construction: 87% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Sep-18 | 14-Nov-18 | 14-May-19 | 
Design $0.050 $0.047  (S0.003) $0.043 
Construction $2.285 $2.227  ($0.058) $2.227 ae . ; 
Other $0.654  $0.199 ($0.455) $0.202 fill eee ae cil 
Contingency $0.114 $0.000 (S$0.114) $0.000 ae Ganetcuclion Chanwe ons 19 
oe! 33.104 32.473 32.473 Design as Percent of Construction: 2% 
FISD ee7e2 es TREE EE PEeaLy Other as Percent of Construction: 9% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.28-Feb-18 | 24-May-18 | 05-Sep- 
Design $0.375 $0.380 $0.005 $0.322 
Construction $2.092 $2.102 $0.010 $1.924 ah : ; 
Other $0.930  $0.925 ($0.005) §0.771 etae pam aE: eee 
Contingency $0.110 $0.100  ($0.010) $0.000 Croan Granee Once “2% 
otal 33.507 33.507 33.016 Design as Percent of Construction: 18% 
Pies Wego UNidee Ustlaas peeeey Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Mar-18 | 26-Jun-18 | 23-Jun-20 
Design $0.650 $0.771  $0.121 $0.583 
Construction $7.335 $7.316 (S0.019) $6.546 eg , : : 
Other $2920 $3118 $0198  §2.915 ee anil: 31-0ct-20 
Contingency $0.367 $0.067 (S0.300) $0.000 3% Construction Ghaneé Order "10% 
ots! $11,272 $11.272 $10.044 Design as Percent of Construction: 11% 
as Trey SRAPEE Leeary Other as Percent of Construction: 43% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 30-Oct-19 
Design S0.100 S0.100 $0.000 $0.087 
Construction $0.630 $0.630  $0.000 $0.665 ec : ; yee 
Other $0571  §0.571 $0.000 $0.317 vlads SNE SERUEV eeAe 
Contingency $0.044 $0.044 $0.000 $0.000 Ceara as Gaenee Order 11% 
otal 31.345 31.345 31.069 Design as Percent of Construction: 16% 
FUE EIST UAE AS Baeacy Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.594 S0.609 $0.015 $0.443 
Construction 53.000 $3.100 S0.100 $2.570 seg . : 
Other $1807  $§1.992 $0185 $1.950 Se inact alla artes 31-May-20 
Contingency $0.300 $0.000 (S$0.300) $0.000 aKConsthuction chanee Onder: "1% 
Total 35.700 $5.700 34.962 Design as Percent of Construction: 20% 
Ee ROaE SPE ERATE Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design S0.060 S0.060 $0.000 $0.038 
Construction $1.600 $1.600 $0.000 $1.554 oer . ; 
Other $0.841  $0.841 $0.000 $0151 pie caer a BtNIE SERENE 
Contingency S0.086 S0.086 S$0.000 $0.000 ace aneman renee Orden 0% 
eal 92.587 32.587 $1,743 Design as Percent of Construction: 4% 
Pees 2 UMS SAS Lonaey Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 29=Ang=18 | 03=0ul=19) 
Design 50.070 $0.070 $0.000 $0.025 
Construction S0.767 S0.767 $0.000 $0.690 a4 . ; 
Other $0.476  $0.476  $0.000 $0.068 a ete pais anne 31-Dec-19 
Contingency 50.040 $0.040 $0.000 $0.000 oF ane nian Change Gree "8% 
Total $1.353 $1.353 30.783 Design as Percent of Construction: 9% 
eae ee eee EsGaey Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design $0.503 $0.448  (S0.055) $0.399 
Construction $1.500 $1.522 $0.022 $1.416 at ; ; 
Other $1,022  $0.867 ($0,156) $0.892 piesa cena aE ZO Nov 12 
Contingency S0.075 S0.000 (S0.075) $0.000 bGanctruction Change Order: 7% 
uote $3.100 $2.836 $2.707 Design as Percent of Construction: 29% 
ELE ANSE NRE SIRATTG Lemay Other as Percent of Construction: 57% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-18 | 25-Jun-18 | 11-Dec-18 | 
Design $0.556 S0.672 $0.116 S0.613 
Construction $1.051 $1.065 $0.014 $1.017 a . ; ee 
Other $0.504  $0.445 ($0.059) $0.360 oe acne: See 
Contingency $0.083 $0.012  ($0.072) $0.000 a nceietan Change Gree 0% 
otal $2.194 32.194 31.990 Design as Percent of Construction: 63% 
PESIDy Sie2h oe eee Legacy Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.098 $0.054 ($0.044) $0.045 
Construction $0.745 $0.783 $0.038  $0.722 ae : ; P 
Other $0.786  $0.792 $0.006 $0.662 HS cet Ala 31-Aug-19 
Contingency S0.055 S0.055 S$0.000 $0.000 Gacanenton renee One’ "3% 
otal 31.684 31.684 $1.429 Design as Percent of Construction: 7% 
Peed allel ail? Legacy Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Jun-18 | 17-Sep-18 | 12-Dec-19 
Design $0.370 $0.341  ($0.029) $0.330 
Construction $1.486 $1.229 ($0.258) $1.229 ae . ; Fe 
Other $0.941  $0.724 ($0.218) $0.733 fill eae eens citan ee 
Contingency $0.075 $0.000 (S0.075) $0.000 as Construction Change race 17% 
oe! $2.872 32.293 92.291 Design as Percent of Construction: 28% 
PSD eaves ee leg EEealy Other as Percent of Construction: 59% 
TRANSIT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: is = 
Design S0.087 $4.500 $4.413 $4.120 
Construction 535.796 $43.646 $7.850 $33.230 “A : ; Sea 
Other $20.277 $16.802  ($3.475) $13.668 sila oa ar Ine: eames 
Contingency $1.790 $0.000 ($1.790) $0.000 DA CORE HLICIOR Chale Gnlen 15% 
roel $57.950_$64.948 951.018 Design as Percent of Construction: 10% 
PISID: 20070, SYPE TBADANE EEeaty Other as Percent of Construction: 38% 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design $0.865 $1.421 $0.556 $1.009 

Construction $9.173 $20.116 $10.943 $19.186 - E 
Other $1,898 $1,918 0.020 $3,155 Anticipated CnenaG at NTP: 31-May-22 

: # of months late: 

Contingency $0.742 $0.000 (S$0.742) $0.000 36 Conctrliction CHaneeOrdee: 119% 
total $12,678 523.455 $23,350 Design as Percent of Construction: 7% 
a eas IEE UBRIBSE peeeey Other as Percent of Construction: 10% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.798 $0.798 $0.000 $0.741 
Construction $10.222 $10.278 $0.056 $9.243 ee : ; : 
Other $2,207 $2.223 $0,016 $2.049 aebereconeas cl BEAU tla 
Contingency $0.511 $0.439  (S0.072) $0.000 eeanecton cyan Omer 0% 
Usel $13.738__ 513.738 $12.033 Design as Percent of Construction: 8% 
HES ene NEE ae RIDGE Lemay. Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.638 S0.638 S0.000 $0.518 
Construction $5.150 $5.150 S0.000 $4.683 ae : . 
Other $2,563 $2.563 $0,000  §2.469 Anticipated Eompleron at NTP: 31-Oct-23 
; # of months late: 
Contingency S0.500 $0.500 $0.000 $0.000 96 Construction ChanseOrder 1% 
fetal 38.850 38.850 37.670 Design as Percent of Construction: 12% 
PTSID: 0114W PE BRIDGE Lebety Other as Percent of Construction: 50% 
Budget Spent Complete 
Initial Projected Difference To Date Schedule: 
Design $1.013 $1.013 S0.000 $0.941 
Construction $6.040 $12.935 $6895 $7.066 a ; ; : 
Other $1,194 §2.617  $1.423 §2.204 eo eeececree aaa Bante: pemea 
a pee Beers (30.305) Se % Construction Change Order: 46% 
: . Design as Percent of Construction: 8% 
PURE SUES PGE aeRIESE peeaey Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [11-Sep-19 | 29-Nov-19 | 02-Jul-21 
Design $0.977 $0.977. $0.000 $0.830 
Construction 53.155 $3.155 S0.000 $2.632 a . . 
Other $1.520  $0.837  ($0.683) $0.722 salar ae ae NTE: eee 
Contingency S0.160 S0.160 $0.000 $0.000 of Genctruction Change ander ay 
Total $5.812 35.129 34,184 Design as Percent of Construction: 31% 
PSIG: OD13C EEC ERESE bebeey Other as Percent of Construction: 27% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | iy (OCS aS) Pisses 
Design S0.700 S0.700 S0.000 50.480 
Construction $3.982 $3.982 $0.000 $4.622 — ne 
Other $1,920  $1.920  $0.000 $§1.227 pei eae ar NE ela ee 
Contingency $0.199 $0.199 $0.000 $0.000 Barros lee Gaanee Grader 13% 
otal 36.801 36.801 36.329 Design as Percent of Construction: 18% 
PISIRE SOR Ns UIs EA IPISIE Beeaty Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-May-19 | 09-Aug-19 | 31-Mar-21 
Design $0.379 $0.379 S0.000 S0.266 
Construction $2,772 $2.772 $0.000 $2.538 - ; : dees 
Other $0.906  $0.906  $0.000 $0.930 Se aineaae toad artes 30-Sep-21 
Contingency $0.180 $0.180 $0.000 $0.000 oF Construction chanee Onder: "7% 
Total 34.238 34.238 $3.734 Design as Percent of Construction: 14% 
PISIB: GOSLy SPER ee LSeaty Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2 aSser HES OSES 20 
Design $0.950 $0.884  (S0.066) $0.761 
Construction $2.171 $2.215 $0.044 $2.215 oer . : 
Other $1351 $0590 ($0.761) $0.713 pple caer SUE oieoct Dl 
Contingency S0.250 $0.000 (S0.250) $0.000 Sree nterCenan Grenee Orden 7% 
oral 34.721 33.689 33.689 Design as Percent of Construction: 40% 
BID es UMS EES? Lona Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [_28-Feb-19 ] 14-May-19 | 
Design S0.436 S0.436 S0.000 $0.331 
Construction 52.368 52.368 50.000 52.000 = : . 7 
Other $0.738  $0.853 $0115  $0.950 ee anne 31-Dec-20 
Contingency $0.275 $0.160 ($0.115) $0.000 oF aheaian Change Gree "7% 
Total $3.817 $3.817 33.281 Design as Percent of Construction: 18% 
PTSID: 0015D rE Pelee Legacy Other as Percent of Construction: 36% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design S0.494 S0.684 $0.191 S0.430 
Construction $2.586 $3.147. $0.561 $3.373 au ; ; ee 
Other $1,741 $1,669 ($0,072) $1.687 pisces rasa clave 31-Mar-22 
Se ees coe (0.129) aed % Construction Change Order: 48% 
: - - Design as Percent of Construction: 22% 
IEE es TEE BRIDGE Lemay Other as Percent of Construction: 53% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25-Sep-19 | 27-Jan-20_ 
Design 56.400 $5.450 (S0.950) $5.234 
Construction $57.980 $59.004  $1.024 $41.081 oe Pore 
Other $7.066  $7.539 $0,473 $8.168 ee aCNTe: RERUE ee 
Contingency $4.500 S0.000 (S4.500) $0.000 oA Construction Change Ordex 7% 
total $75.946__$71.992 354.483 Design as Percent of Construction: 9% 
pESID; 26005 eVVES ER OGE EBeaty Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Mar-19 | 10-Jun-19 [04-Jan-22 
Design $1.900 $1.900 $0.000 $1.122 
Construction $14.639 $14.639 $0.000 $13.823 ae : : ee 
Other $3.898 $3898  $0.000 $4.324 HS cota ab Nee 30-Jun-22 
Contingency $0.888 S0.888 S$0.000 $0.000 eaeonenton renee One’ 7% 
otal $21,325 921.325 319.268 Design as Percent of Construction: 13% 
sibs Ore NPE BRIDGE Legacy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-19 ] 06-Aug-19 | 30-Nov—22 | 
Design $1.440 $1.440 S0.000 $1.090 
Construction $15.661 $15.706 $0.045 $14.198 a : : : 
Other $5.065  $5.065  $0.000 $§3.890 ill eee ar NTE: 30-Nov-22 
Contingency S0.783 $0.738  ($0.045) $0.000 of Construction Change race 19% 
Total $22.949__$22.949 319.178 Design as Percent of Construction: 9% 
PSIG Bisae iE Boe EeeaLy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [| io OASreb=20it2qoul= 2 
Design $1.200 $1.200 S0.000 S0.775 
Construction $7.000 $7.000  $0.000 $5.782 nae : ; : 
Other $2.030  $2.425  $0.395 §1.925 eee ames 2eNUE 31-Dec-21 
Contingency $0.500 $0.105  ($0.395) $0.000 UC anetcactiaa chance Grice "7% 
otal $10.730_$10.730 38.482 Design as Percent of Construction: 17% 
Bota) Ui ges EIR Eas) Other as Percent of Construction: 35% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Dec-18 | 15-Apr- 
Design $0.451 $0.521  $0.070 $0.228 
Construction $2.900 $2.900 $0.000 $2.904 a . ; feats 
Other $0.210 $0210 $0,000 $0.126 UL aac aa ae eae eA 
Contingency 50.290 $0.220 ($0.070) $0.000 SE eRtinn ai change Biden 0% 
Total $3.851 $3.851 $3.257 Design as Percent of Construction: 18% 
PipIeeeese FE Sena PEeeey Other as Percent of Construction: 7% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: a 
Design $0.117 $0.117. $0.000 $0.098 
Construction $2.074 $2.074 $0.000 $2.074 a : ; esas 
Other $0.471  $0.471  $0.000 $0086 aac ce es Eee 
Contingency $0.100 $0.100 $0.000 $0.000 Seances hence Order: 0% 
otal 52.762 32.762 32.258 Design as Percent of Construction: 6% 
PIE) eet (MAES SEERA Eeeary Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-19] 14-May-19 | 01-Aug-19 
Design S0.000 S0.000 50.000 S0.000 
Construction $0.422 S0.360 (S0.062) $0.360 oe ° : rT? 
Other 0.247. $0122 ($0.125) $0.122 ence aaa ap OTe: 31-0cl-13 
Contingency $0.050 $0.000 (S$0.050) $0.000 oF Ca eRieicn change Gen 0% 
Total $0.719 30.483 30.483 Design as Percent of Construction: 
PTSID: 0105H Eee Peak) Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Mar-19 ] 06-Aug-19 | 31-Oct-19 | 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $0.681 $0.530 ($0.151) $0.530 ae : ; Se 
Other $0.242  $0.084 + ($0.158) $0.084 Ubciaices peated ae pamela 
Contingency S0.100 $0.000 (S0.100) $0.000 So COntrAnign Change Order: 0% 
oral 31.047 30.614 30.614 Design as Percent of Construction: 
Be aouel DUNE: eeMAEIEN Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-19 BAS oer=i9 
Design $0.024 $0.000 (S0.024) $0.000 
Construction S0.723 $0.626 (S0.096) $0.626 “A : : apie 
Other $0.226  $0.082 ($0144) $0.082 sill oe at NTE: BERS, 
Contingency $0.075 $0.000 (S$0.075) $0.000 ae Construction Chae Gnlen 0% 
qOtal SLOT 30.708 30.708 Design as Percent of Construction: 
PISib: 26020 EYRE: PAVEMENT Lepacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jan-19 | 08-Apr-19 | 25-Oct-19 
Design S0.000 S0.000 S0.000 S0.000 
Construction Siew $1.824  $0.110 $1.639 ae : : mete 
Other $0.335 $0337. $0,002 $0.307 SS eal Ce 31-Oct-12 
Contingency $0.133 $0.021  ($0.112) $0.000 Scan eteetan crenee Orden 6% 
Uevel $2,181 $2,181 $1.946 Design as Percent of Construction: 
eee REC eV EEN peek Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Jan-19 ] 01-Apr-19 | 31-Oct-19 | 
Design $0.000 S0.000 S0.000 S0.000 
Construction $2.194 $3.256 $1.061 $3.256 a . ; ae 
Other $0.557  $0.396 ($0.161) $0.396 ee aCNTr: camel 
Contingency $0.220 $0.000 (S0.220) $0.000 of Ganetrictian Change Ordex 18% 
mora $2.971 $3.652 $3.652 Design as Percent of Construction: 
Prsily 2601F SEES EVE MENT beeaty Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: OA SIun= ROS =OGr= 19 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.500 $1.555 $0.055 $1.422 ae : : ae 
Other $0.280  $0.359  $0.079 $0.325 HS cote ila ss Semele 
Contingency $0.150 $0.017. ($0.133) $0.000 Gao nection renee One’ BY 
Usel $1.930 $1.930 $1.747 Design as Percent of Construction: 
Mees es IMEES AVES 21 peace Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-19 | 14-May-19 | 10-Apr-20 | 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $1.653 $1.526 ($0.128) $1.526 ae . ; rer 
Other 0.249 $0.204 ($0.044) $0.204 fill eee are: SEEN EY 
Contingency S0.075 $0.000 (S0.075) $0.000 of Construction Change race "8% 
oe! $2.001 $1.730 $1.730 Design as Percent of Construction: 
PISIB: 26012 PEs Dev eMieDy, Lepacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jan-19 | 28-Mar-19 | 10-Apr-20 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.133 $1.040 ($0.093) $1.040 ae : : Sy eke 
Other $0.288  $0.107 ($0.182) $0.107 eta pau ae NTE SRR EV eeAy 
Contingency $0.079 $0.000 (S0.079) $0.000 Broa etn crenee One "8% 
Laue $1.500 $1.146 $1.146 Design as Percent of Construction: 
PTSID: 2601C MES TES Up TED Eeegy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.665 $1.802 S0.137 $1.525 
Construction $12.884 $13.048 $0.164 $10.220 Mad . : ee 
Other $3.035  $3.378  $0.342 -—-$4.840 ee gee: 30-dun-23 
Contingency $0.644 $0.000 (S$0.644) $0.000 3% Construction Ghaneé Order 8% 
Total $18.228 918.228 $16.585 Design as Percent of Construction: 14% 
Pirsip: 00040 TEE Een Legacy Other as Percent of Construction: 26% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: i ey Panera 
Design $0.291 $0.326 $0.035 $0.161 
Construction $3.277 $3.277 $0.000 $2.763 - eee: 
Other $0.831  $0.796 ($0.035) $0.529 ee c ean le es As 
Contingency $0.157 $0.157 $0.000 $0.000 Sennett es Gaenee Order "1% 
otal 34.556 34.556 33.452 Design as Percent of Construction: 10% 
PISIBE Bae UME SIE MEME! Benen Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.320 S0.283 (S0.037) $0.051 
Construction $0.550 $0.557 S0.007 $0.431 se . : z : 
Other $0532  $0.562 $0.030 $0.174 Se ecto alla apN: SEES 
Contingency $0.100 $0.100 $0.000 $0.000 sAConsthuction Chanee Onder: 50% 
Total $1502 31.502 $0.656 Design as Percent of Construction: 51% 
Ee Ons TYPE SE AVEMIENT. Legacy Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.342 $0.342 $0.000 $0.317 
Construction $2.239 $2.250 $0.011 $2.231 oer . ; 
Other $1158 $1147 ($0.011) $0.761 pple carer BtNIE SER EV 
Contingency $0.175 $0.175 $0.000 $0.000 oe eaenUcTOn eaanee Oden 0% 
eal $3.915 93.915 33.309 Design as Percent of Construction: 15% 
eee UMS Eee aN pene Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Sep-19 | 02-Mar-20 | 
Design $1.150 $1.150 S0.000 S0.675 
Construction 56.296 $6.296 $0.000 $5.860 a4 . ; 
Other $3.021  $3.021  $0.000 $2.204 a ee ais autre 3i-Dec:2) 
Contingency $0.495 $0.495 $0.000 $0.000 oF Canetniction Change Gee 0% 
Total $10.962_ 10.962 38.739 Design as Percent of Construction: 18% 
PTSID: OO50A ES eee Legacy Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Aug-19 | 17-Dec-19 | 
Design $0.515 $0.515 S0.000 S0.464 
Construction $3.043 $3.043 $0.000 $2.800 a ; ; ase 
Other $1.025  §1.025 $0,000 $1.301 bisciss ee ass ge 31 May 21 
Contingency $0.175 $0.175 $0.000 $0.000 OA HU Tn Grange Order “2% 
Weel $4,758 $4.758 $4.564 Design as Percent of Construction: 17% 
De DUNE s EeMEIENI Leeacy Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Nov-18 | 15-Jan-19 | 30-Aug-19 | 
Design $0.325 $0.273 ($0.052) $0.250 
Construction S6.247 $5.785 (S0.462) $5.785 — : . Pore 
Other $1190  $0.772 ($0.418) $0.795 ee aCNTE: eae 
Contingency $0.312 $0.000 ($0.312) $0.000 rancor Change Glen "7% 
otal $8.075 36.830 36.830 Design as Percent of Construction: 5% 
PESID: SOSLY ere oe ae Legacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.395 S0.408 $0.013 S0.369 
Construction $3.003 $3.405 $0.403 $2.882 we : : eee 
Other $0.905  $0.704 ($0.201) §0.717 HS coe alg abe 31-Dec-19 
Contingency $0.250 $0.035 ($0.215) $0.000 eaca nection erenge Once "1% 
Usel 34.553 34.553 $3.969 Design as Percent of Construction: 12% 
PU es ote MBE eM IEN Legacy Other as Percent of Construction: 21% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [17-May-19 | 18-Jul-19 | 30-Jun-20 | 
Design S0.070 50.070 S0.000 $0.017 
Construction $1.756 $1.801  $0.045 $1.778 - : : iets 
Other $0,510 0.465 (0.045) §0.274 Anticipated Eamon at NTP: 31-Jul-20 
: # of months late: 
Contingency $0.175 $0.175 $0.000 $0.000 % Construction Change Order: 3% 
Total $2,511 92.511 32.069 Design as Percent of Construction: 4% 
PSI O19?) Wire: TRAPEE Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.135 $0.135 $0.000 $0.049 
Construction $1.100 $1.100  $0.000 $0.916 ee : : ee 
Other $0.860  $0.860 $0,000 $0.491 ee cee lee auNie: AURA 
Contingency 50.100 $0.100 $0.000 $0.000 Sree erter ae caanee orden "17% 
UNE 92.195 32.195 31.456 Design as Percent of Construction: 12% 
Epo dese Lee pena Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Mar-19 j 14-May— 
Design $0.134 $0.042  ($0.092) $0.000 
Construction $0.958 $1.081 $0.123 $0.999 _ F . : _ 
Other $0.735 $0749 $0,014 §0.618 UU ieee aa ae 31-Dec-20 
Contingency S0.048 $0.003 ($0.045) $0.000 SE eRtinn ai change Biden 19% 
Total $1.875 $1.875 $1.617 Design as Percent of Construction: 4% 
Pipieeen TRE: EABTAIG peeeey Other as Percent of Construction: 69% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: Eales 19 
Design S0.560 $0.588 $0.028 $0.539 
Construction $1.296 $1307 S001 $1377 ms : : eas 
Other $0565  $0.493 ($0.073) $0.332 eta ees ar NE ciel 
Contingency $0.060 $0.037 ($0.024) $0.000 er Cen erictian Gaenee Order 6% 
otal $2.481 $2.424 32.249 Design as Percent of Construction: 45% 
eB eeeS Ua sa olde Beery Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Mar-19] 16-May-19 
Design $0.424 $0.404 (S0.020) $0.355 
Construction $1.125 $1.013 ($0.112) $1.013 7 ; : ees 
Other $0569 $0694 $0124 §0.762 Se ecto alla ante: 30:520-20 
Contingency $0.043 $0.043 $0.000  $0.000 SA Canetnuction Chanee Onder: "0% 
Total $2.161 $2.154 $2.129 Design as Percent of Construction: 40% 
Ete OteaH TYPE ERAPHC Legacy Other as Percent of Construction: 68% 
Budget Spent tise 
Initial | Projected Difference To Date Schedule: [10-Oct-18 | 28-Jan-19 
Design $0.500 $0.419  ($0.081) $0.415 
Construction $1.939 $1.550 ($0.389) $1.549 oer . ; ware 
Other $0.910  $0.894 ($0.016) $0.894 pia cater a ae NIE: 30-Jun-20 
Contingency $0.096 $0.000 ($0.096) $0.000 See aerUcTOn Ghanae Bree 50% 
eal $3.445 32.863 32.858 Design as Percent of Construction: 27% 
pee cOnE UMS ae pena Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-5 veal 
Design $0.514 $0.514  $0.000 $0.439 
Construction $1.685 $1.770  $0.085 $1.760 3 ; : aes 
Other $0.914 $1,008  $0.094 $1,019 ee anne 30-Jun-21 
Contingency $0.075 $0.000 (S0.075) $0.000 oF Canserintion change een 9% 
otal 33.188 33.292 $3,218 Design as Percent of Construction: 29% 
piBp evi EE ee EsGeey Other as Percent of Construction: 57% 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13-Mar-20 | 15-Jan-21 
Design $0.835 $0.760 ($0.075) $0.504 
Construction $12.971 $12.971 $0.000 $6.759 i : ; ae 
Other $1535 $2.332 $0.797  $1.954 ge eect ala aE NIE cals 
Contingency $0.840 $0.118 ($0.722) $0.000 ean aon Change Giee 7% 
Total $16.181__ 516.181 $9.216 Design as Percent of Construction: 6% 
Fiabe QOteR EE eee Legacy Other as Percent of Construction: 18% 
Budget Spent Advertise 
Initial Projected Difference To Date Schedule: [05-Mar-20 J 13-Jul-20_ 
Design S0.863 $0.863 S0.000 $0.751 
Construction $6.036 $6.036  $0.000 $3.805 cee : : ere 
Other $3.361  $3.361  $0.000 $1.763 aber econ cl BEAU 30-Apr-23 
Contingency $0.302 $0.302 S$0.000 $0.000 BACeACCHan enanee Order 3% 
Ugel $10.562__510.562 $6.319 Design as Percent of Construction: 14% 
PIES ans MNEs EIS EIS: EEeaey Other as Percent of Construction: 56% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $6.500 $6.500 S0.000 $4.583 
Construction S$65.964 $67.884 $1.920 $32.819 ees : . vied 
Other $8.620  $8.620 $0,000 $4.847 ee rd aeNTE: cee 
Contingency $3.298 $1.378 ($1.920) $0.000 ee eaneucion Change eran 3% 
fetal $84.382_$84.382 342.249 Design as Percent of Construction: 10% 
PTSID: 0017B EE BRIRGE Eeeeey Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [10-Mar-20 | 08-Jul-20_ 
Design $0.946 $0.872  ($0.074) $0.596 
Construction $3.426 $3.801  $0.375 $2.605 a ; ; ee 
Other $0.741  $3.521 $2.780 $2.084 eo eeececee aaa Ban 30-Apr-23 
Contingency $0.130 $0.003 ($0.127) $0.000 BP GOnehintGn crenge Oren 6% 
otal $5.243 $8.197 35.285 Design as Percent of Construction: 23% 
PES SERS Mey EIN Bete eI) Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Nov-19 | 27-Jul-20 
Design $11.500 $11.500 S0.000 $7.337 
Construction $212.000 $213.373 $1.373 $115.235 as . . i : 
Other $21.500 $§21.500  $0.000 $11.066 a fale repr ae any: 30-Sep-23 
Contingency $20.000 $18.627 ($1.374) $0.000 Se eanerruntion Grange Ghee 19 
Total $265.000__$265.000 pi33.638 Design as Percent of Construction: 5% 
PTSID: 0018B PyPec ERIEGE Leeary Other as Percent of Construction: 10% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 14-Feb-20 | 04-Jun-20 
Design S0.048 $0.048 S0.000 $0.041 
Construction $1.373 $1.373 $0.000 $1.229 ds ; ; ‘pi 
Other $0.528  $0.528  $0.000 $0.364 fb anes oe eenie: 30-Nov-20 
Contingency $0.050 $0.050 $0.000 $0.000 Vea icion Change Gee 0% 
orl $2.000 32.000 31.634 Design as Percent of Construction: 4% 
alles Secale HES POVEVENS EPeoey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [Ll4-Feb-20 | 09-Apr-20 | 07-Jul-20 
Design $0.052 $0.057. $0.005 $0.050 
Construction $1.613 $1.330 ($0.283) $1.330 ah ; : Soaee 
Other §0.420  $0.295 ($0.126) $0.301 oi aedbers otaaaa BEL 30-Nov-20 
Contingency $0.118 $0.000 (S$0.118) $0.000 Ce eae Grange Once "14% 
Uae 32.203 31.681 31.681 Design as Percent of Construction: 4% 
PINES Zena Unies GAT peace) Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Feb-20 | 09-Apr-20 | 05-Apr-21 
Design 50.064 S0.064 S0.000 S0.063 
Construction $1.323 $1.323 $0.000 $1.148 - ; : eas 
Other $0.305  $0.305 $0,000 $0.249 fc cecre aaa anes 30-Jun-21 
Contingency S0.100 S0.100 S0.000 S0.000 % Construction Change Order “11% 
Total $1,792 31.792 $1,460 Design as Percent of Construction: 5% 
ESD 2003h TYEE PAVEMENT beeaey Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [27-Nov-19 ] 27-Jan-20 | 25-Sep-20 
Design $0.150 $0.150 $0.000 $0.114 
Construction S1-455 $1.455 $0.000 $1.322 we : : aye 
Other $0.722 $0.722 $0.000 $0,432 pee cee alee a 2ENTE eet 
Contingency $0.200 $0.200 $0.000 $0.000 Sree eter caanee orden "7% 
oral 32.527 92.527 31.868 Design as Percent of Construction: 10% 
ED ecuey PERE eVEVENT Eeeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-Oct-19 } 04-Mar-20 | 25-Sep-20 
Design $0.255 $0.249 (SO0.006) $0.221 
Construction $4.837 $4.131  ($0.706) $4.131 a . ; ae 
Other $1.088  $0.660 ($0,428) $0.688 UU aac aa Bele 31-Dec-20 
Contingency $0.242 $0.000 ($0.242) $0.000 SE eRtinn ai change Biden "0% 
Total $6.421 $5.040 $5.039 Design as Percent of Construction: 6% 
ip a0ueF EET avE MeN peeeey Other as Percent of Construction: 16% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [12-Nov-19 | 13-Feb-20 | 25-Sep-20 
Design $0.372 $0.372 $0.000 $0.283 
Construction $4.491 $4.491 $0.000 $4.128 a : : mes 
Other $3.244 $1484 ($1.760) $0.634 eles ee el a at SPE clea 
Contingency $0.374 $0.234  ($0.140) $0.000 Gras erpeiiag Guenee Order "1% 
otal 38.481 36.581 35.045 Design as Percent of Construction: 8% 
Poles vee UME TE MEME! EEeaey Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Nov-19 | 27-Jan-20 
Design $0.231 $0.231 S0.000 S0.000 
Construction $1.575 $1.575 $0.000 $1.488 7 . : SZ 
Other $0.461  §0.682 $0.221 ~—-$0.839 Se eco alla artes 30-lun-21 
Contingency $0.221 $0.000 ($0.221) $0.000 oF Construction Chanee Onder: 0% 
Total 32.488 $2.488 $2,327 Design as Percent of Construction: 15% 
EisIR OA 73t SNPES rev EMENS Eeeaty Other as Percent of Construction: A3% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Jul-20 | 11-Sep-20 | 14-Dec-20 
Design $0.163 $0.187 $0.024  $0.156 
Construction $0.870 $0.761 ($0.109) $0.761 oer . ; ee 
Other $0.689  $0.360 ($0,329) $0.391 fp cater a euNTE: pi Deco 
Contingency $0.050 $0.000 ($0.050) $0.000 S Gannienon Ghanae Bree 10% 
oral 31.771 31.308 31.308 Design as Percent of Construction: 25% 
SUE US Beane pena Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [25-Mar-20 | 13-Aug-20 | 02-Dec-22 
Design $1.033 $1.105 $0.072 $1.032 
Construction $14.071 $14.071 $0.000 $10.886 a4 . ; ; 
Other $4.275 $4.275  $0.000 $4.322 ee auth 30-Jun-23 
Contingency $0.586 $0.514  ($0.072) $0.000 OF eaet onion change Gree 7% 
Total $19.965_$19.965 316.240 Design as Percent of Construction: 8% 
PSI: G079B PES Ee EMENE Legacy Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Jun-20 } 28-Aug-20 
Design $0.341 $0.341 $0.000 $0.178 
Construction $1.460 $1.486 $0.027 $1.259 ss . ; eae 
Other $1.011  $0.984 ($0.027) $0.745 UL aac aa BEN 30-dun-22 
Contingency S0.080 S0.080 $0.000 $0.000 SE eRtinn ai change Biden 1% 
Total $2.892 $2,892 $2,182 Design as Percent of Construction: 23% 
Pi ae NRE aBTEIG Legacy Other as Percent of Construction: 66% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-May-20 | 14-Aug-20 | 01-Feb-22 
Design S0.800 S0.800 $0.000 $0.261 
Construction $1.393 $1.413 $0.020 $1.122 _ : : ae 
Other $1.506  $1.506  $0.000 $0.710 ete eet le es BERS 
Contingency 50.070 $0.049 (S0.020) $0.000 Seances Gaenee Order "13% 
otal 33.767 33.767 32.092 Design as Percent of Construction: 57% 
ETSID: 20030 Uulasal bol adle Eeeacy Other as Percent of Construction: 107% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.221 $0.221 S0.000 $0.205 
Construction $0.933 $0.933 S0.000 S0.847 seg . : 
Other $0.409  §0.409 $0.000 0.541 Se aineaae toad eet: Ree 
Contingency $0.094 $0.094 $0.000  $0.000 a CanshLicHon Change Hider: 0% 
Total $1.656 $1.656 31.593 Design as Percent of Construction: 24% 
PIsID: Dison SYP EC ene Cee Legacy Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [06-Mar-20 | 23-Jun-20_ 
Design $0.155 $0.155 $0.000 $0.038 
Construction $2.291 $2.291 $0.000 $2.133 oer . ; 
Other $0.635 $0.635 $0.000 §0.179 fp cate ae NIE: gees PEN AeR 
Contingency $0.115 $0.115 $0.000 $0.000 Se eaarUCTOn eaanee Oden "7% 
eal $3.196 33.196 32.350 Design as Percent of Construction: 7% 
EIR Geen UMP ae Lonagy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-20 [O5=Nov=21 
Design $0.206 $0.118 (S0.089) $0.071 
Construction 53.084 $3.134 $0.050 $2.772 a4 . ; 
Other $1.255 $1,679  $0.423 $1.486 ee anne 31-Dec21 
Contingency $0.155 S0.006 (S0.149) $0.000 4 Construction Change Order “2% 
otal 34.700 34.936 34.329 Design as Percent of Construction: 4% 
PESID: 0070) PE ele bee") Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-20 
Design S0.409 S0.409 S0.000 S0.209 
Construction $1.270 $1.270 $0.000 $1.035 am ; ; 
Other $1195 $1195 $0,000 §0.799 bincias ona el 31-May-22 
Contingency $0.113 $0.113 $0.000 $0.000 OA HU Tn Grange Order 19% 
uote! $2.987 $2,987 $2.043 Design as Percent of Construction: 32% 
PBs aeeet UAL eae Leeacy. Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 

Initial Projected Difference To Date Schedule: [2 20 P28=Sep=20 | 26-Aug= 2! 
Design $0.294 $0.294 $0.000 $0.227 
Construction $0.974 $0.974  $0.000 S0.884 


Anticipated Completion at NTP: 31-Dec-21 


Other $0.845 90.845 $0,000 30.938 # of months late: 

Contingency $0.097 $0.097. $0.000 $0.000 Bs Canctruchon Change Arde: 6% 

Le $2.210 : $2.210 32.049 Design as Percent of Construction: 30% 
plaley eeoel re Tene Lebaey Other as Percent of Construction: 87% 
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FFY21 
BRIDGE 
Budget Spent Advertise 
Initial © Projected Difference To Date Schedule: [28—Jul—21 | 18-Mar-22 
Design $4.225 $4.225 $0.000 $2.185 
Construction $167.400 $167.400 $0.000 $30.160 a ; ; aes 
Other $16.700 $16.700 $0,000 $2.026 ge eect ai a aE NIE 31-Aug.26 
Contingency $8.500 $8.500 $0.000 $0.000 oan structian Change Giee 0% 
got $196.825_$196.825 $34,371 Design as Percent of Construction: 3% 
piplDy 20GaN aNEEUDRIBGE peeeey Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [13-Nov-20 | 05-Feb-21 
Design $2.460 $2.460 $0.000 $2.275 
Construction $29.000 $29.000 $0.000 $18.832 cee : : Caer 
Other $4.330  $4.330 $0.000 $2.458 ay eleee cones Cee te: 30-Nov-23 
Contingency $2.000 $2.000 $0.000 $0.000 OACONStICHOR enanee Order 5% 
Usel $37.790_537.790 $23.564 Design as Percent of Construction: 8% 
Bee Zeecl NEE SP RIDGE Legacy Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [1 7A KOs Zag 
Design $1.874 $1.874 $0.000 $1.140 
Construction $9.182 $9.182 $0.000 $3.262 _ . ; ewes 
Other $4.037 $4.037  $0.000_-—-$1.284 ee rd aeNte: eer Aug:24 
Contingency $0.684 $0.684 $0.000  $0.000 a Car trietion Change eran 19, 
Total 915.777 __ $15.77 35.686 Design as Percent of Construction: 20% 
PTSIB: ODTGN TPE BRIRGE Lebery Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: |16—Jul— = 21 | 13-Oct=22 | 
Design S0.876 S0.876 S0.000 S0.728 
Construction $2.620 $2.620 $0.000 $2.405 a ; ; ee 
Other $1.753  $1.753 $0.000 $0.802 eo eececree aaa Ban 30-Apr-23 
Contingency $0.270 $0.270 $0.000 $0.000 oAeeactiction crenge Oren 1% 
Total $5.519 $5.519 $3.935 Design as Percent of Construction: 33% 
IRE eas ENG. peeaey Other as Percent of Construction: 67% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [1 21 | 01-Apr-22 
Design $3.515 53.635 $0.120 $1.637 
Construction $65.333 $65.432 $0.099 $5.502 7 : ; Sens 
Other $10.152 $11.433  $1.281 $0.789 sale ae ae NTE: 30-Jun-26 
Contingency S6.000 $4.500 ($1.500) $0.000 9% Censtruction Change Order 0% 
Total $85.000__585.000 37.928 Design as Percent of Construction: 6% 
peSIpy apts0 evec EERE bepeey Other as Percent of Construction: 17% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08-Jan-21 | 15-Mar-21 [14-Oct-21 
Design $0.428 $0.428 $0.000 $0.378 
Construction $0.600 $0.600  $0.000 S$0.481 = : : ee 
Other $0.909  $0.909  $0.000 $0.644 plete eels ees EER DS 
Contingency $0.107 $0.107 $0.000 $0.000 Ceara es Gaenee Order: "7% 
otal 32.044 32.044 $1,503 Design as Percent of Construction: 71% 
ETSID; 220tr TNPES BRIDGE pEece) Other as Percent of Construction: 152% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Mar-21 [01-Sep-21 
Design $3.100 $3.100 S0.000 $2.418 
Construction $59.488 $59.488 S$0.000 5$15.076 se . : - : 
Other $9.510  $9.510  $0.000 $2.280 Se econ alla eet: ema eds 
Contingency $5.950 $5.950 $0.000 $0.000 oF Construction Chanee Onder: 0% 
rot $78.048 578.048 $19.774 Design as Percent of Construction: 5% 
FSD 200-M PE PU OEe Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L22-Dec-20 | 30-Mar-21 
Design $2.078 $2.078 $0.000 $1.675 
Construction $7.889 $7.889 $0.000 $5.252 oer . ; 
Other $4.154 $4154 §0.000 $2.535 fp cater a euNTE: pi Dee 22 
Contingency S0.400 S0.400 $0.000 $0.000 Crea nterCeran Grenee Orden 6% 
eal 914.521 __$14.521 39.462 Design as Percent of Construction: 26% 
eco URE: Lonagy Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13-Sep-21 | 18-Mar-22, 
Design S0.997 $0.997 S0.000 S0.663 
Construction $5.511 $5,511 $0.000 $2.592 a4 . ; ; 
Other $2.020 $2,020 $0.000 $1.054 ee anne 31-0ct-23 
Contingency S0.280 $0.280 $0.000 $0.000 a. Canstiction change Gee 0% 
otal 38.809 38.809 34.309 Design as Percent of Construction: 18% 
PESIDY 0525 rE Seles Eeeeey Other as Percent of Construction: 37% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-May-21 | 19-Aug-21 | 31-Oct-22 
Design $0.130 $0.130 S0.000 $0.121 
Construction $1.860 $1.860 S0.000 $1.726 _ ; . ee 
Other $0.210  $0.210  $0.000 $0.221 Uae aa ae 30-5ep-22 
Contingency $0.075 $0.075 $0.000 $0.000 SE eRtinn ai change Biden 0% 
otal $2.275 $2.275 $2.068 Design as Percent of Construction: 7% 
aE aces IEE OPERATING Legacy Other as Percent of Construction: 11% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Mar-21 | 27-May-21 | 15-Sep-21 
Design S0.054 S0.054 S0.000 S0.047 
Construction $0.841 $0.825 ($0.016) $0.825 ds : ; sigh cas 
Other $0.590  $0.303 ($0.287) §0.309 fb ances oa ar NE 30-Nov-21 
Contingency $0.075 $0.000 (S0.075) $0.000 SA CaneiGHOn Change Gee "7% 
Total $1.560 $1,182 $1,181 Design as Percent of Construction: 7% 
alle Se cese TEE EOMEMENT Eeeaty Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Mar-21 ] 04-Jun-21 | 28-Oct-21 
Design $0.062 S0.062 S0.000 S0.053 
Construction $1.934 $3.234 $1.300 S$2.856 me . : : 
Other $0575  $0.750 $0175 $0.718 aera BENE 30-Nov-21 
Contingency $0.100 $0.125 $0.025  $0.000 Ce eae Grange Once 63% 
otal 32.671 34.171 33.626 Design as Percent of Construction: 2% 
PISID: 26044 Ge VEMENy peeary Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [17-Mar-21] 17-May-21 | 08-Apr-22 | 
Design S0.053 S0.053 50.000 S0.044 
Construction $1.164 $1.164  $0.000 $1.042 - : : Pe 
Other $0.400  $0.400 $0,000 $0.183 fcc aia aCe: ree 
Contingency S0.050 S0.050 S0.000 S0.000 % Construction Change Order “10% 
Total 31.667 31.667 31.269 Design as Percent of Construction: 5% 
Pipe eose Ep PAVEMENT Legacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-May-21 | 26-Jul-21 
Design $0.458 $0.458 $0.000 $0.343 
Construction $3.698 $3.698 $0.000 $1.401 ee : : pone 
Other 61543 $1643 0.100 60.763 ee ech alee BENTE: SERN ae 
Contingency $0.300 $0.200 (S$0.100) $0.000 Sree erter ae caanee orden 3% 
dara 36.000 36.000 32.507 Design as Percent of Construction: 12% 
es (MRE I RAVEMIEN poedcy Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-21 } 09-Jul-21 | 30-Nov-21 
Design $0.300 S0.300 S0.000 S0.210 
Construction S0.500 $0.500 $0.000 S0.383 _ F . pret 
Other $0.644 $0644 $0,000 $0.397 UU aac aa ae 30-lun-22 
Contingency $0.075 $0.075 $0.000 $0.000 SE eRtinn ai change Biden "13% 
Total $1.519 $1.519 $0.990 Design as Percent of Construction: 60% 
ne ia peeery Other as Percent of Construction: 129% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [12-Dec-20 | 24-Mar-21 | 21-May-21 
Design S0.035 S0.035 $0.000 $0.028 
Construction $0.353 $0.219 ($0.134) $0.212 = : : eee 
Other $0.221  $0.251  $0.030 $0.233 eter yan ass see 
Contingency $0.035 $0.139 $0.104 $0.000 er Ceneetan @uenee Order "3% 
otal 30.644 $0.643 30.473 Design as Percent of Construction: 16% 
EMsib 20050 PES PAVEMENT, peace) Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Nov-20 J 01-Jun-21 
Design $6.400 $6.400 S0.000 $5.105 
Construction $57.979 $57.979 $0.000 $23.295 seg . : : 7 
Other $8.200 $8200 $0,000 $14.033 ee ante: 31-Dec-24 
Contingency $2.000 $2.000 $0.000 $0.000 SC anstricon Change Hider: 1% 
Total $74,579 __ 574.579 342.433 Design as Percent of Construction: 11% 
Eee aoe SERED EMENIENS Legacy Other as Percent of Construction: 14% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.169 $1.169 $0.000 51.090 
Construction 55.536 $5.536 S0.000 $3.302 Se ; : i 
Other $3.557 $3.557 $0.000 $1.848 fcc aia aCe: SEEN 
Contingency S0.280 S0.280 S0.000 S0.000 % Canstruction Change Order 1% 
Total $10.542__$10.542 36.240 Design as Percent of Construction: 21% 
pislRe 220i FYFE: STOR NINANER Leeary Other as Percent of Construction: 64% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.335 $0.335 S0.000 $0.269 
Construction $2.547 $2.547 $0.000 $1.819 - . ; Bane 
Other $1.688  $1.688  $0.000 $0.978 oie rear gal aU: 30-Sep-22 
Contingency $0.060 $0.060  $0.000 S$0.000 94 Congteuction Change ener 1% 
tots! $4.630 $4.630 $3.066 Design as Percent of Construction: 13% 
Bsibe ao Wire PRADEE LeEacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Oct-20 | 15-Jan-21 | 03-May-22 
Design S0.166 S0.166 S0.000 S0.000 
Construction $2.019 $2.108 $0.089 $2.039 ae ; : F 
Other $0.690  $0.690  $0.000 $0.882 a Siac res oa aie 30-5e0-21 
Contingency $0.125 $0.036  ($0.089) $0.000 Bee nneian Grange Ores 10% 
Ueuel 33.000 33.000 $2.921 Design as Percent of Construction: 8% 
pipe ecetaG REESE AEE bepacy Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Feb-21 ] 23-Apr-21 | 29-Jun-22 | 
Design $0.125 $0.125 $0.000 $0.102 
Construction $0.900 $0.900  $0.000 $0.715 7 aioe: 
Other $1.605 $1,605 $0,000 $0.285 oe aur Reese 
Contingency $0.250 S0.250 S0.000 S0.000 SA Gonetriction Change Ordex 0% 
mora 32.880 32.880 $1,102 Design as Percent of Construction: 14% 
PISID 20022 ie TREE Legacy Other as Percent of Construction: 178% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-21 } 29-Dec-21 
Design $0.540 $0.540 $0.000 $0.423 
Construction $4.615 $4.615 $0.000 $2.089 ne : : ree 
Other $1370  $1.370  $0.000 $0.748 nS cc lls 31-May-23 
Contingency $0.240 $0.240 S$0.000 $0.000 eaea nection renee One’ 0% 
otal 36.765 36.765 $3.260 Design as Percent of Construction: 12% 
ETSI 00252 asa elal beeacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.105 $0.105 S0.000 $0.026 
Construction S0.926 $0.926 S0.000 S0.000 a : : i : 
Other $1100 $1100  $0.000 $0.175 pill eee eer ee 
Contingency S0.000 S0.000 S$0.000 $0.000 6e CanstrlicHion Change race 0% 
oe! $2,130 $2,130 30.200 Design as Percent of Construction: 11% 
pep eory PEs ARETE Eeeany Other as Percent of Construction: 119% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.26-Feb-21 {15 
Design S0.786 S0.786 $0.000 $0.533 
Construction $3.746 $3.746 $0.000 S$0.735 ae . : pee 
Other 1.118  $1.118  $0.000 $0.540 eta pau 2eNUE ae Aug:-23 
Contingency S0.200 S0.200 $0.000 $0.000 Croan Grange Once 8% 
ioral 35.850 35.850 31,808 Design as Percent of Construction: 21% 
moe lect EE EATEG peeeey, Other as Percent of Construction: 30% 
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FFY22 
BRIDGE 
Budget Spent aver ee NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.550 $1.550 S0.000 $1.013 
Construction $17.987 $17.987 $0.000 $1.433 i : ; eines 
Other $3,610 $3,610 $0.000 §0.669 Anticipated Cnenad at NTP: 30-Jun-26 
: # of months late: 
Contingency $1.780 $1.780 $0.000 $0.000 36 Conctrliction CHaneeOrdee: 0% 
Total $24,927 $24.927 $3.115 Design as Percent of Construction: 9% 
Pisiy BIsSen TYEE BRIDGE Eeeeey Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Feb-22 | 19-May-22_ 
Design $0.569 $0.569 $0.000 $0.521 
Construction $3.186 $3.186 $0.000 $0.698 cee : : oe 
Other $1.560  $1.560  $0.000 §0.281 peber econo cl Be NTE: 31-Dec-23 
Contingency $0.185 $0.185 S$0.000 $0.000 eeanecton cyan Omer 0% 
Ves $5.500 $5.500 $1.499 Design as Percent of Construction: 18% 
Pees We UMNes BIS EIGN: Eeeaey Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 1 B=Dee=2 
Design $2.500 $2.500 S0.000 $1.087 
Construction $15.777. $15.777 $0.000 —$0.000 _ . or 
Other $3.779 $3.779 $0000 $0.182 ec ad aeNTE: oe 
Contingency $0.790 S0.790 $0.000  $0.000 ee eaneucion Change eran 0% 
Total $22,846 522.846 $1.269 Design as Percent of Construction: 16% 
PTSID: OO13T PPE BRIRGE LEeaey Other as Percent of Construction: 24% 
Budget Spent BOUETESE: NTP Complete 
Initial | Projected Difference To Date Schedule: I | Eo 2 
Design $1.124 $1.124 $0.000 $0.878 
Construction $10.726 $10.726  $0.000 $0.000 ee : ; Boner 
Other $3,632 §3.632 $0,000 $0.149 eo eeececree aaa Bani: 31-May-22 
Contingency S0.537 $0.537 $0.000 $0.000 oAeeactiction drenee Orden 0% 
Total $16.018 $16.018 $1.027 Design as Percent of Construction: 10% 
PIERS 2etS MAES EINE: EES) Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-22 | 03-2 
Design $0.922 $0.922 $0.000 $0.784 
Construction $11.553 $11.553 S0.000 $0.595 23 . . 7 : 
Other $4545 $4545  $0.000 $0.250 a jae a arnt: ae L-May-29 
Contingency $0.580 $0.580 $0.000  $0.000 of Genctruction Change ander 0% 
Total $17.600__517.600 $1.628 Design as Percent of Construction: 8% 
PISIps DOnSt TPE: BRIDGE beeeey Other as Percent of Construction: 39% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: i= 
Design $2.451 $2.451 $0.000 $2.045 
Construction $26.560 $26.560 $0.000 $2.142 = : : ae 
Other $5.327. $5.327 $0.000 $0.982 pete eal he aes 
Contingency $1.341 $1.341 $0.000 $0.000 Gepost Gaanee Grader 0% 
Vee! 335.679 __$35.679 35.168 Design as Percent of Construction: 9% 
ElSID; BOTs INBE BRIDGE Eeeaey Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Oct-21 }| 20-Jan-22 
Design $0.559 $0.559 S0.000 S0.096 
Construction $2.943 $2.943 $0.000 $1.318 7 . : opiate 
Other $2.834  §2.834 $0.000 $0.671 ee apn: tie 
Contingency $0.150 $0.150 $0.000 $0.000 oF Construction chanee Onder: 0% 
Total 36.485 36.485 $2.084 Design as Percent of Construction: 19% 
EnSID: OOtoU SPE gee Deeaty Other as Percent of Construction: 96% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Aug-22 | 19-Oct-22 
Design S0.500 S0.500 $0.000 $0.392 
Construction $4.180 $4.180 $0.000  $0.000 oer . ; i 
Other $1895 $1895  $0.000 $0.215 fp caer a ae NIE: asl oe 
Contingency $0.220 $0.220 $0.000 $0.000 See aerUcTOn eaanee Oden 0% 
eal 36.794 36.794 30.607 Design as Percent of Construction: 12% 
SES 2anee UNS EES cena Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [1 | jee 
Design $0.915 $0.915 50.000 S0.685 
Construction $6.422 $6.422 $0.000 $0.000 3 ; ; aaa 
Other $2.984  §2.984  $0.000 $0.10 ee anne 31-Dec.24 
Contingency $0.330 $0.330 $0.000 $0.000 a. Canstiction change Gee 0% 
Total $10.652_$10.652 30.794 Design as Percent of Construction: 14% 
PTSID: 2603R PES BRIEGE Legaey. Other as Percent of Construction: 46% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30=Jun=22 
Design $0.190 S0.190 S0.000 $0.172 
Construction $3.123 $3.123 $0.000 $0.113 ss . ; ne 
Other $0.570  $0.570 $0,000 $0.107 CU aac aa ae 30-Jun-24 
Contingency 50.100 $0.100 $0.000 $0.000 SE eRtinn ai change Biden 0% 
Total $3.983 $3.983 $0.392 Design as Percent of Construction: 6% 
Pale AEE DERE Legacy Other as Percent of Construction: 18% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: Feb-22 | 09-Sep-2: 
Design S0.060 S0.060 S0.000 S0.046 
Construction $1.307 $1.307 S0.000 S0.089 wt : ? : 
Other $0.643  $0.643 $0.000 $0.044 efi anaes oe eenie: 30-Nov-22 
Contingency $0.050 $0.050  $0.000 S$0.000 BAC oneeructiGn Change Gee 0% 
Total $2.060 $2.060 $0.179 Design as Percent of Construction: 5% 
BislDe epee TYRE PAVEMENT Legacy Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [11-Feb-22 | 18-Apr-22 | 29-Oct-22 | 
Design S0.066 S0.066 S$0.000 $0.044 
Construction $2.156 $2.956  $0.800 $1.512 a Pane 
Other $0.770  $0.870  $0.100 §0.483 edie BENE 30-Nov-22 
Contingency $0.100 $0.100 $0.000 $0.000 oneereenetion Grange Once 0% 
otal $3.091 $3.991 32.038 Design as Percent of Construction: 2% 
PINES Betas Unies RAEN peace) Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [04-Feb-22 | 18-Apr-22 
Design S0.054 S0.054 S0.000 S0.046 
Construction $1.499 $1.499 $0.000 $1.315 a ; : ee 
Other $0.430 $0.430 $0,000 $0.132 faeces ace 30-Jun-23 
Contingency S0.075 S0.075 S0.000 S0.000 % Construction Change Order 0% 
Total 32.057 32.057 St Age Design as Percent of Construction: 4% 
Fela eee PPE ST AVENENE Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24—Feb=22 | 13-May—22_ 
Design $0.595 $0.595 $0.000 $0.506 
Construction $8.467 $8.467  $0.000 $2.340 ee : : Pe 
Other $3.370  $3.370  $0.000 0.479 ae ech alee 2ENTE Amel 
Contingency $0.520 $0.520 $0.000 S0.000 Cr Canernenon caanee orden 1% 
Level 912.952 _$12.952 33.325 Design as Percent of Construction: 7% 
SELON) UVC Va MEN Eonaky Other as Percent of Construction: 40% 
Budget Spent Advertise 
Initial | Projected Difference To Date Schedule: [13-May-22 
Design $0.831 $0.831 S0.000 $0.545 
Construction $20.469 $20.469 $0.000 $4.773 ~ ; ; aie 
Other $4.735  $4.735  $0.000 $0.612 UU ieee aa ae 30-Jun-24 
Contingency $1.003 $1.003 $0.000 $0.000 96 Construction Change Brder: 0% 
otal $27.037__$27.037 $5.930 Design as Percent of Construction: 4% 
Pipl: B0829 Ee ene Peery Other as Percent of Construction: 23% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Nov-21 | 01-Mar-22 | 18-Nov-22 
Design S0.389 S0.389 $0.000 $0.330 
Construction $7.981 $7.981 $0.000 $4.557 ve : ; ee 
Other $2.250  §2.250  $0.000 $1.109 eta ceenyau as ae 
Contingency $0.400 $0.400 $0.000 S0.000 er Cenecnan @uenee Order 1% 
Vee! $11.019_511.019 35.996 Design as Percent of Construction: 5% 
Flee We ch UMS TEEN! BEeaty Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: {C 
Design $0.450 S0.450 S0.000 $0.278 
Construction $14.575 $14.575 S0.000 S0.000 seg . : : : 
Other $3.467 $3.467 $0,000 $0.088 Se inact ante: 31-Dec-23 
Contingency $0.760 $0.760 $0.000 $0.000 SC ORStLICHOR Change Hider: 0% 
tot $19.251__$19.251 30.366 Design as Percent of Construction: 3% 
i Neca LMidsnde Jonah! Legacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [03-Jun-22 | 27-Jul 
Design $0.713 $0.713 $0.000 $0.589 
Construction $29.345 $29.345 $0.000 $9.037 ae ; ; : 
Other $5.310  $5.310  $0.000 §0.363 fia cater a SEIU: 30-lun-24 
Contingency $1.393 $1.393 $0.000 $0.000 ace aeeeman renee Orden 0% 
eal $36.761__$36.761 39.989 Design as Percent of Construction: 2% 
eI aeie Eee beseey Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Dec~21 | 18-Mar-22, 
Design $0.816 $0.816 50.000 S0.696 
Construction $4.981 $4.981 $0.000 $0.512 A . ; Spade 
Other $2.864  §2.864  $0.000 $0,923 ales ee aa oi 31-Aug-23 
Contingency $0.251 $0.251 $0.000 $0.000 oF aheaian Change Gree 0% 
otal 38.911 38.911 32.131 Design as Percent of Construction: 16% 
PISID, 008 2U) ee vee baGaey Other as Percent of Construction: 57% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Apr-22 | 30-Jun-22 
Design S0.294 $0.294 S0.000 $0.229 
Construction $2.449 $2.449 $0.000 $1.768 am : ; raat 
Other $1,087  $1.087 $0,000 —$0.209 obincias Sen rasa ec 31-May-23 
Contingency $0.170 $0.170 $0.000 $0.000 OC ERCHICICn Grange Order 0% 
uote $4.000 $4.000 $2.205 Design as Percent of Construction: 12% 
PINES en oY ele EE Eeeacy Other as Percent of Construction: 44% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.317 $0.317. $0.000 $0.239 
Construction $11.274  $11.274 S$0.000 $7.364 a . ; hag 
Other $1378 $1378 $0,000 $0.569 oe aC nTe: eit 
Contingency S0.570 $0.570 S0.000 $0.000 oA Banstrictian Change Ordex 0% 
total $13.540_$13.540 38.172 Design as Percent of Construction: 3% 
PIBID: 2608 Es CAVEMEN! EeBaey Other as Percent of Construction: 12% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Feb-22 | 18-Apr-22 
Design $0.151 $0.151 S0.000 $0.132 
Construction $1.979 $1.979 $0.000 $0.968 3 : : : 
Other $1.015  $§1.015  $0.000 $0.402 ener aaa ae eae 
Contingency S0.200 S0.200 S0.000 S0.000 of Construction Change Order 1% 
Total $3.345 33.345 $1,503 Design as Percent of Construction: 8% 
pIpIDs 2e0aN re: SEPP Leeaky Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jul-22 | 19-Oct-22 
Design S0.407 $0.407 $0.000 $0.325 
Construction $1,165 $1.165 $0.000 $0.000 a : ; ee 
Other $1.302 $1,302  $0.000 $0.104 Uber dieis eee BONES SEEN EP 
Contingency $0.341 $0.341 $0.000 $0.000 Saree aia Ghange Onder 0% 
oral $3.215 33.215 30.428 Design as Percent of Construction: 35% 
pe ID eee NPE EAE Leeecy Other as Percent of Construction: 112% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-Jan-22] 18-2 ae 
Design S0.377 S0.377 S0.000 $0.335 
Construction $2.399 $2.399 $0.000 $0.669 A . : Sana 
Other $1105 $1105 $0,000 $0.461 flee oe anne: pee 
Contingency $0.120 $0.120  $0.000 S$0.000 ae Construction Chae Gnlen 0% 
foe! 34.000 34.000 31.465 Design as Percent of Construction: 16% 
FISD: 26031 EE EATEIe Eeeaty Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Nov-21] 15-Feb-22_ 
Design S0.446 S0.446 S0.000 S0.383 
Construction $2.783 $2.783 $0.000 $0.927 ie ; ; ee 
Other $2.135  $1.550 ($0.585) $0.693 SS de ac ae: 31Jub23 
Contingency $0.140 $0.140 $0.000 S$0.000 OF CONCERIEHOR Chena Order: 0% 
Uevel $5.504 $4.919 $2,002 Design as Percent of Construction: 16% 
EP 2eea UME Sale peek Other as Percent of Construction: 56% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.035 $0.035 S0.000 S0.000 
Construction $5.875 $5.875 50.000 $0.000 _ : . Sis 
Other $1.014 $1,014  $0.000 $0.085 ee aCNTr: pe 
Contingency $0.195 $0.195 S0.000 S0.000 4 Canstruction Change Ordex 0% 
otal $7.119 $7.119 30.085 Design as Percent of Construction: 1% 
PEsiD; 26058 oie: Aha Legacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.086 NA $0.068 
Construction NA $3.180 NA $0.000 Anticipated Completion at NTP: NA 
Other _NA S0.907 NA $0.025 # of ipelates 
Contingency NA S0.327 NA $0.000 SE ae NA 
Total NA $4.500 NA $0.093 % Construction Change Order: 0% 
ai . : : Design as Percent of Construction: 3% 
ils Pe ues IE ROR Eeeaey, Other as Percent of Construction: 29% 
TRANSIT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Mar-22 ] 01-Jun-22 
Design S0.369 S0.369 S0.000 $0.000 
Construction $4.378 $4.378 $0.000 $1.513 se . ; Eran 
Other $4.239 $4.239  $0.000 $3.079 aed oe gaa aunt SARE lee 
Contingency S0.466 S0.466 S0.000 S0.000 of Canstruction Change Order: 0% 
Total $9.452 $9.452 34.592 Design as Percent of Construction: 8% 
eee ee eee Laeaty Other as Percent of Construction: 97% 
Budget Spent Advertise NT Complete 
Initial | Projected Difference To Date Schedule: [29-Mar-22 | 10-Jun-22 
Design $2.500 $6.300 $3.800  $5.076 
Construction $20.707. $20.707  $0.000 $0.226 ae : : ar 
Other Gee ouden) — Soviaes) — Giltoyt pclae econ cl BEAU 31-Dec-22 
Contingency $0.000 $0.000 $0.000 $0.000 oCencician cyan Onee 1% 
Ves $25.000__$29.669 $6.313 Design as Percent of Construction: 30% 
ea cOsy UME TRAINEE Lenacy Other as Percent of Construction: 13% 
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eT ST EA eee eee eT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.690 NA $0.588 
Construction NA $4.350 NA S0.000 Anticipated Completion t NTP: NA 
Other NA $1.642 NA $0.092 ; 
Contingency NA $0.600 NA S0.000 pO ate NA 
Total NA $7.282 NA $0.680 % Construction Change Order: 0% 
oa = > : Design as Percent of Construction: 16% 
PIRI 2euek VE eNESE Legacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.331 NA $1.322 
Construction NA $9.181 NA S0.000 Antic pated Completion aunire: NA 
Other NA $3.107 NA S0.147 > 
Contingency NA $1.331 NA $0.000 OPTOMA: NA 
Total NA $14.950 NA $1.469 % Construction Change Order: 0% 
ora . : Design as Percent of Construction: 14% 
USI A Une SIU EsE Eeeacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.725 NA $0.552 
Construction NA $6.500 NA S0.000 Anticipated Completion at NTP: NA 
Other _NA $1.271 NA $0.081 Hor Be pa! 
Contingency NA $0.600 NA $0.000 OEMONEDS Tate NA 
Total ; NA $9,096 NA $0.633 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 11% 
Paste Dotan RE BRIDGE Legacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.250 NA $1.114 
Construction NA $13.000 NA S0.000 Anticipated Completionyat NIIP: NA 
Other NA S4.865 NA S0.218 \ 
Contingency NA 60.652 NA $0.000 ue Cae nh tele NA 
Total NA $19.767 NA $1.332 % Construction Change Order: 0% 
ote : : Design as Percent of Construction: 10% 
pile 01520 INRESBRIDGE ee) Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [14—Dec-22 
Design NA $0.400 NA $0.221 
Construction NA 53.000 NA S0.000 Anticipated Completior-at NTP: NA 
Other NA $1.100 NA S0.037 Hor ie tates 
Contingency NA $0.500 NA $0.000 OOD rate NA 
Total ; NA $5,000 NA $0.258 % Construction Change Order: 0% 
2 . - - Design as Percent of Construction: 13% 
pieIDa a a00e VRE: RIBS pepacy Other as Percent of Construction: 37% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $2.363 NA $0.498 
Construction NA $21.263 NA $0.000 we? : : 
Other NA $5513 NA  §0.083 pers alert eae BENE: Ae 
Contingency NA $2.363 NA $0.000 Sree resier an Granee Onige 0% 
Total NA $31.500 NA $0.581 : ie 
: Design as Percent of Construction: 11% 
eee Ce, HES NSS Eoeecy Other as Percent of Construction: 26% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.183 NA $0.000 
Construction NA $1.392 NA $0.000 Anticipated Completiomat Nine: NA 
Other NA S0.767 NA S0.000 # of iver: 
Contingenc NA $0.158 NA §0.000 eo ie 
gency . : % Construction Change Order: 0% 
Total NA $2.500 NA $0.000 : i 
Design as Percent of Construction: 13% 
PISIE: 26000 FES RAVEMENT beeacy, Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.200 NA $0.000 
Construction NA $4.300 NA $0.000 ae : : 
Other NA $1.050 NA $0.000 Sout regeg gente a 
Contingency NA $0.450 NA $0.000 Soe nentnata Change orders 0% 
Total NA $6.000 NA $0.000 ; - 
- Design as Percent of Construction: 5% 
SIS 2 aeh EVEN peBaey Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.160 NA $0.000 
Construction NA $1.100 NA $0.000 Anticipated Completion atNTP: NA 
Other NA $0.613 NA $0.000 
: # of months late: NA 
Contingency NA $0.127 NA $0.000 96 Construction Change Order: 0% 
Total NA $2.000 NA $0.000 : - 
Design as Percent of Construction: 15% 
pipreoce Pree PAVEMENT Legacy Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $1.550 NA $0.182 
Construction NA $12.770 NA $0.000 ne ; ; 
Other NA $4.480 NA $0.051 EIEN aes a oul ue 
Celis ey) ae dE ne 20.000 % Construction Change Order: 0% 
Total NA 520.000 NA $0.233 ‘ a 
- Design as Percent of Construction: 12% 
ple b 200k eS Ea GDu ey pesacy Other as Percent of Construction: 35% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.015 NA $0.319 
Construction NA $15.800 NA $0.000 be . ; 
Other NA $3.425 NA  §0.088 ee ee ge ue 
Contingency NA $1.580 NA $0.000 DCarenIGhon Change Gnas 0% 
Total NA $21.820 NA 50.407 . % 
° Design as Percent of Construction: 6% 
PTSID: 2605P INP Er PAVEMENT Eeeacy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.092 NA $0.217 
Construction NA $10.561 NA $0.000 AnticipatediCompletion/at NIP: NA 
Other NA $3.234 NA $0.043 \ 

: # of months late: NA 
Contingency NA $1.654 NA $0.000 PA GOneMictionic (eneeorcder 0% 
Total NA $16.540 NA 50.260 : ce 

- Design as Percent of Construction: 10% 
Renee PE ae EN Geese Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.444 NA $0.000 
Construction NA $4.285 NA $0.000 ops : : 
Other NA $4.757. NA $0.000 pial aa ane a 
Contingency ay $0.672 ae 50.000 % Construction Change Order: 0% 
Total NA $10.158 NA $0.000 ; A 
Design as Percent of Construction: 10% 
EIB 2e0el IEE POVEMEND mioad Other as Percent of Construction: 111% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.452 NA $0.107 
Construction NA So 527, NA $0.000 aa : : 
Other NA $0.834 NA  §0.068 a pbalieesy eued at NE a; 
Sey ae peas a pee % Construction Change Order: 0% 
- - : Design as Percent of Construction: 13% 
EieID a 2b0eN EE EAVeMENL BEES. Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.429 NA $0.163 
Construction NA $3.792 NA $0.000 Anticipated Completianat NTP: NA 
Other NA $1.388 NA $0.024 ; 

P # of months late: NA 
eOnTNEENEY NA $0.377 t 50.000 % Construction Change Order: 0% 
Total NA 55.986 NA $0.187 . iy 

Design as Percent of Construction: 11% 
PE DUS: EEE EANEMENT: begacy Other as Percent of Construction: 37% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.252 NA $0.270 
Suen NA $9.638 NA $0.000 Anticipated. Completion aUNTe: NA 
ther NA $2.889 NA $0.043 ; 
Contingency NA $1.531 NA $0.000 OS UUOONS Ile? NA 
Total NA $15.310 NA $0.313 % Construction Change Order: 0% 
eed - - - Design as Percent of Construction: 13% 
Uae Aes TUE GANT! pea Other as Percent of Construction: 30% 
lacie 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.140 NA $0.280 
Construction NA $6.200 NA $0.000 Anticipated Completionat Nine: NA 
Other NA $1.505 NA $0.024 : 
Contingency NA $0325 NA §0.000 # OEM OHU Ale NA 
Total NA $9.170 NA $0.304 % Construction Change Order: 0% 
: . . Design as Percent of Construction: 18% 
Elsie. 200er IVES TRPLOURER begacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.500 NA $0.170 
Construction NA $5.400 NA $0.000 ~ ‘ : 
Other NA $1,160 NA $0,026 Anticipated Pompton at NTP: NA 
Contingency NA $0.540 NA $0.000 GURU SAE Ns NA 
Total NA $7.600 NA $0.195 % Construction Change Order: 0% 
2 - : - Design as Percent of Construction: 9% 
eer ALE Wye UE eM pay Other as Percent of Construction: 21% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.261 NA $0.000 
Construction NA $2.986 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $1.298 NA S0.007 > 
Contingency NA $0505 NA §0.000 gf OnmernNs ate: NP 
Total NA $5.050 NA $0.007 % Construction Change Order: 0% 
2 . : Design as Percent of Construction: 9% 
EipiD: 2602" TRE: A BEBEIC Esse Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design NA $0.525 NA $0.000 
Construction NA $4.725 NA $0.000 Anficinatedicompletion ac nitP: NA 
Other NA $1.225 NA S0.000 : 
Contingency NA $0525 NA $0,000 Be OUMON ISAS Ne 
Total NA $7.000 NA $0.000 % Construction Change Order: 0% 
. : Design as Percent of Construction: 11% 
Eee abe DE RATS peso Other as Percent of Construction: 26% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.753 NA $0.362 
Construction NA $2.500 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $0.914 NA $0.039 > 
: # of months late: NA 
Contingency NA $0.333 NA $0.000 DaGaRetRIGHaR CH erase 0% 
Total NA $4.500 NA $0.401 i ons eee han setae ee : 
. Design as Percent of Construction: 30% 
pISeS 2e0oy aE SBOPEIC Legacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.642 NA $0.502 
Construction NA $2.060 NA $0.000 Anticipated! Completionau NIP: NA 
Other NA $0.594 NA S0.204 near here: 
Contingency NA S0.204 NA $0.000 OR e nee ete: NA 
Total NA $3,500 NA $0.706 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 31% 
one BRE ATE eeay Other as Percent of Construction: 29% 
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PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A 10 hk Es me 75 
0114L Central RI Bridges - Group 12 (29 Bridges) a aaa 02 Ew Es Rem 60 
C;WAR;WGR;WST 
0114S Cumberland I-295 Corridor Bridges (37T - |) CUM A 40 7 Bey Me ico 
0168H Hope Valley Bridges (69D) covirossHoP; RAT 60 55 is 
0143W Horton Farm Bridge No. 472 (57M) EPR A 10 E> i 38M 3137 
0013M 1-195 Corridor Bridges (77) EPR; PVD 2 23 i Ee Be 3128 
0114U. 1-295 Bridges Contract 2 JOH A2 60 Spi Meas GO sus 
0114T 1-295 Bridges Contract | CRA A2 40 = Hees BeeO 5201 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A2 4 0 Say Mees Mey 3210 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 “AR 2 20 i a Bee s193 
0114N Oxford Street Bridge No. 653 (2T) PVD 3 10 = Has Bem 89 
0016J Pine Street Bridge No. 548 (31) PAW 3 10 it im Mm 37. 
0027B Reconstruction of the Route 6/10 Interchange PVD A:3 9 0 May-17 Dee-17 ‘Nov-23 $269.9 
0013L Route 146 Corridor Bridges (38) NSM 3B 20 i Es Re 06 
0014F Simmonsville Bridge No. 326 (57C) JOH A3 10 7  E=_ aa sie 
0168C Victory Highway Bridge No. 589 (71) WGR ioe? i 8 ED ities 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T HOPRIC 4 10 kz Eee Ree 4132 
40 36 $476 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-6 0 0 Sep-17 Jan-18 ol ae 
0007C East Main Road 1R Improvements POR Ss 00 Bes ay Be se 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR ‘6S 800 Et ea tam 47 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW Ce 0 i i Ham 330 
0081D Improvements to US Route 1 (South Kingstown) SKS A-6 0 0 Bep-17) Feb-18 AU $5.0 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAW A-7 0 0 Bep-17) Jan-18 ae 53.1 
0081W Route 146 Improvements LIN;/NPR;PVD A760 Ol Fl Cts 
0081R Route 24 Improvements POR A-7 0 0 a ee Eee 2 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR  A-7 10 ek Ey mem 1 
0173S Snell Road Improvements LCM wy 00 Et Hi HE 09 
0173Z US Route 6 Hartford Ave JOH; SCI Bs 060 Ei Hy HE 60 
0165V Woodville Road Improvements HOP; RIC AS 0 0 Bai Gee SE 424 
0 0 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements CoV A-8 0 0 maa 6S CCéG00 
0025F Cranston - Local Safety Improvements CRA A-9 0 0 Aug-17 Nov-17 RO 405 
0153T Diamond Hill Road Improvements at Mendon Road WNe A-9 0 0 Bep-17 Jan-18 Ge si 
0025J High Friction Surface Treatments 2016 STATEWIDE AQ 0 0 Fx? ez Sey 06 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Cu SKS 9 00 i Es See 407 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv ¢L° A-9 0 0 Jan-17 Mar-17 May-18 $1.4 
0011D Intersection Safety Improvements Newport, Warwick, Johns YOH*#NPT;WAR A140) 0 0 Sep-17 Jan-18 Novem $1.1 
0025P Statewide Road Diet 2017 STATEWIDE A140 0 0 AGG SG AOR hos 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE AD 0 EA Ot 
00 $8 
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TAP/OTHER 

0021U Blackstone Bikeway 8C NSM; WNS SB 00 i Hy me x28 
0 0 $3 

STORMWATER 

0166M High Street/Kingstown Road Stormwater Mitigation SKS Bs 80 i _ Ham 402 
0 0 $0 

OPERATING 

0084C 2017 Crack Sealing Limited Access STATEWIDE AA U8} Dll CCdSCCé085 

0084B 2017 Crack Sealing North and East Regions STATEWIDE AA 9 0 —_———— Ey 6 O05 

00844 2017 Crack Sealing South and Central Regions STATEWIDE AA 6h OU§l Dl CC dSCCéSc 

0086Y 2017 Paver Placed Elastomeric Surface Treatment EINerGrekerT fee 0. (0 | a =—6c OS 

0086X 2017 Rubberized Asphalt Chip Sealing covirosictor HAS 860 820 

0073M 2017-2018 Statewide Pavement Striping -North Stan eNeE 10 i ea Cem 18 

M; PAW; SMI; WNS 

0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR AS 718 Me Gi 86am 953 

0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A5 0 0 Feo” Mey 6GSR sig 
7 18 $14 

Number of In design Advertised In Construction Complete Total 47 54 $549 


Projects: 0 0 1 47 48 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR ESR REM Red 20 Ea Eee Cee i74 
0013P Bridge Group 06 - PVD PVD 1 070 ei Bes Mem fsa 
0013G Bridge Group 09 - CRA, JOH CRA; JOH Al) 09 Sepa Beets Mey 328 
0013S Bridge Group 13A - Rt 146 C-1 NSM; PVD A160 70 STS ss 
0013U Bridge Group 15A - East Bay BAR;EPR;WRN A~-11 0 18 (Gems) (GSGEis BSR $65 
0015A Bridge Group 15B - Aquidneck Island arte a: 020 Seas, SS CiCDS55 
0017E Bridge Group 16-13 - Woonasquatucket Br PVD A122 10 (Sa Baoate 6 G7 
0414V Bridge Group 35T-8 - |-295 C-3 JOH alo kt ea i 407 
0017G Bridge Group 38C - Geneva Pond PVD A12 10  MeyEs emis MOM 326 
0114J Bridge Group 387-12 - Rt 146 Farnum Pk NSM n06s2 ha => Baz 5102 
0015B Bridge Group 46A - Lafayette Rd NKS A133 10 Bes 86S 6065 
0145Q Bridge Group 48A - Howard Rd cuM B10 7 > Bam 317 
0143A Bridge Group 57K - Big River WGR B06 7? == ESD 23 
0201A Bridge Group 58B - Railroad Ave BUR 3B 10 = Ee Mme 317 
0201B Bridge Group 58E - Barbs Hill Rd cov 3 10 st a Be s5 
0194C Bridge Group 59A - Park Ave RR CRA 4061 (00 As MSCs 
0014D Bridge Group 59B - Centerville Rd WAR 410 k= @ a Sa M42 
0014Z Bridge Group 62T-11 - Louisquisset Pk LIN A146 1 (0 GS SC fpr 2317.7 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp PVD A144 10 Mayes ages Mie 4337 
0170B Replacement of the Park Avenue Bridge No. 480 Superstru CR& A-14 1 0 Jul-18 Sep-18 ROG 422 
13 70 $113 
PAVEMENT 
0012Q 1-195 Relocation - C-17 - Waterfront Parks PVD A 00 Be Set Se 61 
0012T |-195 Relocation - C-18 - Gano St PVD 16 600 (006 CSS ETS RMD S16 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) BAR A17 600 (0S CMS) CBE MSs527 
0165J Railroad St (Manville Hill Rd - Rt 126) LIN A760 0 SS g23 
0173K Rockland Rd (Central Pk to Danielson Pk) SCI T0000 === is ere 44 
0130E Rt2- Reservoir Ave (Sockanosset Cross Rd - Rt 12) CRA Ty) ke == Bem ws 
0061A Rt44-C-3B (RIDOT Maint Facility- W. Greenville Rd) SLO SMI Ty i i Hw 375 
0138B Rt6A - Hartford Ave C-2 (Rt 5 - Killingly St) JOH 18 00 eis is Cee 13 
0 0 $27 
TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 CRAJEPRILININ ABQ 0 Jun-18 Oct-18 = Oct-19 $0.8 
R 
0025K 2018 Intersection Safety Improvements - Statewide BorverRiLin;? Aig 0 0 i a ts 
0011E Aquidneck Avenue HSIP MID Ai96(0 «0S BSS a  MDCs05 
0076Z Aquidneck Avenue Improvements mip A-19 0 0 Dec-17 Feb-18 Aug-19 $1.8 
0072Z HSIP-Rt1, S. County Median Guardrail CHA; WES 9 00 as as Mem 422 
0025N Intersection Safety Improvements 2017 Statewide a ee a! Pa mae fem 321 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A-19 0 0 Mar-18 Jun-18 Jun-20 $7.3 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cro SM A-20 0 0 Jul-18 Oct-18 Cm 8406 
0071P Metacom Avenue - HSIP BRL; WRN A-20 0 0 Aug-18 Oct-18 Feb-20 $3.1 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr NSM WAR A420 00 x Ey ER sic 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0091S Roadway Departure Mitigation - Systemic High Friction Surf CRAs GLO A2 00 =i es GD 408 
0073S Rt 146 Guide Signs - C-1 - North NSM A20 0 0 (Geaews Mapai Gee f15 
0162A SRTS - C-1 (Cra, Epr) CRA; EPR an000 i hs Bam 411 
0080H STC - Allens Avenue at Terminal and Emest PVD Aan 00 EB EES MED 408 
0080C STC - Statewide Pedestrian and Intersection Safety Improv BAR/CUMZEGRJ A21 0 0 | i a Se 
V;WAR;WST 
0 0 $26 
TAP/OTHER 
0021S Blackstone River Bikeway - 8B-1 wns A18 0 0 eee «6 60D 25 
0026P Trestle Trail Bridges - West cov Ss 00 ER k= Te isa 
0 0 $7 
OPERATING 
0105C 2018 Crack Sealing Limited Access STATEWIDE A145 Ul6QlU0lC CO 503 
0105F 2018 Crack Sealing North and East Regions STATEWIDE A456 0 Ol ss S )=S SSCS 
0105B 2018 Crack Sealing South and Central Regions STATEWIDE = A450 U0 0 SC CCéGK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1  JAM/NSMASCT/NA15 0 0 Geet «= Sees S122 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 ee a PVDiS A-15 0 0 May-18 Aug-18 Dec-18 $2.6 
0105E 2018 Rubberized Asphalt Chip Seal C-1 Soon Ae: th a Ee 4 
0105A 2018 Rubberized Asphalt Chip Seal C-2 es ae 0 ms fae Ge 15 
0131L Salt Storage Facility - Portsmouth POR bt i” = Hm 112 
0 0 $10 
TRANSIT 
9007Q Pawtucket/Central Falls Commuter Rail Station and Bus Hu PAW A21 0 0 Apr-18 Oct-18 Mar-23 $43.6 
0 0 $44 
Number of In design Advertised In Construction Complete Total 13 70 $227 


Projects: 0 ) 2 52 54 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 

FFY19 

BRIDGE 

0013A Bridge Group 01 - PVD PVD 22 05 Ss Gans 

0013N Bridge Group 03 - I-95 PAW nm? io1§ee i Hi 

0114W Bridge Group 12A - Sandy Bottom cov 2isesik@ Him 

0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI ee tee Ale Jun-19 Sep-19 

0015C Bridge Group 16B - FOS, JOH, PVD, SCI PosrTOnrEVPre A225 Sep-19 = Nov-19 

0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI Bur comin A230 16 

0031Y Bridge Group 18B - EGR, NKS EGR; NKS A23 O11 Meas aoe 

0114X Bridge Group 40A - Hawkins PVD A23 10 =o Siam 

0015D Bridge Group 40B - Bath St East PVD A23 10 Hoo Maye 

2601G Bridge Group 44A - Silver Creek BRI AB 10 =? my 

2601E Bridge Group 51A - Rt 37 C-2 CRA; WAR A24 4 8 SESH  GBMBAG Arvg-23 $590 

0143C Bridge Group 54A - Kingston Rd Bridge RIC A244 10 Meets Genet Game si46 

0156D Bridge Group 58A - Division St EGR A24 10 (eee Mee Nee $157 

0014M Bridge Group 62 - Manville Br cuM wmnisese i iz Hm 370 
12 82 $162 

PAVEMENT 

0105H 2018 Crack Sealing South and Central Regions C-2 STATEWIDE A25 0 0 [x Maye MG 404 

2602B 2019 Crack Sealing North and East Regions C-1 STATEWIDE A.25 0 0 fe GES GSE $05 

2602C 2019 Crack Sealing South and Central Regions C-1 STATEWIDE A265 60 00 | fe 8=—#pTS )=—l TSG 

2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 covcra;cum ~.25 0 0 (SERED BEES SEEM $138 

2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 aia A-26 0 0 Jan-19 Apr-19 Gerawg) $3.3 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 BRTVEPR;JOH;/SA-26 0 0 Ea iD ee sis 

2601Z 2019 Rubberized Asphalt Chip Seal BUR;NSM;RIC A26 0 0 Mee Maye pe f15 

2601C 2019 Rubberized Asphalt Chip Seal C-1 BUR;GLO;SCI v.26 0 0 ———o a Eee f10 

0004D Broad St Regeneration crA;cUM;PAW A260 0 0 SMS) SMB Jun-23 $13.0 

0173G Central Pk & Battey Meetinghouse Rd SCI z7yiteoe tl 7 Ha 33:3 

0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) cov A277 00 st Ee GC 06 

Q055L Old Tower Hill Rd (Rt 108 - Rt 1) SKS aTaisse kz et Ha 323 

0050A Pell Bridge Ramps - Phase 1 MID; NPT A2.60Ul0 0 CO i633 

0076R_ Rt 44 - Taunton Ave (Rt 14/114 - Mass S/L) EPR A27 600 0 A530 

0081Y Rt6 - (Rt 102 - Rt 101) SCI 2 00 Kes Ee MG j58 

0081J Rt78 (Rt 1 - Conn SIL) WES A232 0 0 Gees Game RSM 334 
0 0 $48 

TRAFFIC 

0192J High Friction Surface Treatment - |-95 Curves Pawtucket, R PA" A228 00 Ses Ga Gi sis 

0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE A-28 0 0 Nov-18 [Feb-19 Neem .1 

2601U SRTS - C-1A (Bar) BAR A223 0 0 Ses Mey Reo 1 

0162G SRTS - C-2 (Nar) NAR A2 00 = Tm Mem 313 

0162H SRTS - C-3 (Smi, Wns) SMI; WNS 2 00 = ta Gig s10 

0080E STC Misc Improvements 2018 coV;CUM;LIN;NA.29 0 0 = Es Tem 315 


SM; POR; PVD; SM 
I;WAR 


PTSID Project Name Locations Page BRIDGES Schedule Construction 


R P Advertise NTP Sub Complete Budget (SM) 


2601H STC Misc Improvements 2019 COV;EPR;HOP;J A299) 0 dS (is S18 


OH; LIN; NPR; NS 
M; POR; TIV; WES 


;WGR 
0 0 $10 
OPERATING 
9003E Materials Lab - Quality Assurance EyD A-24 0 0 Dec-18 Apr-19 Gag 429 
0131M Salt Storage Facility - East Providence EPR A-25 0 0 Jul-19 Gereao) Came 52.1 
0 0 $5 
Number of In design Advertised In Construction Complete Total 12 82 $225 


Projects: 0 0 4 35 39 


Construction 
NTP Sub Complete Budget (SM) 


PTSID Project Name 


FFY20 


BRIDGE 
0013R_ Bridge Group 10 - |-295 


2601A Bridge Group 43A - Mohegan 

0017B Bridge Group 49 - Henderson 

0145C Bridge Group 53 - Union Village RR 
0018B Bridge Group 75T-5 - I-95 Viaduct NB 


PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 


2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 
2603A 2020 Rubberized Asphalt Chip Seal C-1 


0078V ADA Improvements to Greene Lane 

0079P Danielson Pk (Rt 102 - West Greenville Rd) 
0082D 1-95 (Charles St - Lonsdale Ave) 

0173C Rt115 Main St. (Rt 116 To Jackson Flat Rd.) 
0172N Rt1A, Old Post Rd Charlestown 

0079B Rt5- Lambert Lind Hwy C-1 (Mayfield Ave - I-95) 


TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements 


2603P HSIP - Crosswalk & Signal Improvements 2020 


0153K HSIP - Intersection Safety Improvements - 2020 
2601Y HSIP - Roadway Departure Mitigation - 2020 
00701 HSIP - Signalization of Allens Ave. C-5 

2602L STC - 1-295 SB at Bald Hill Rd 

2602M STC Improvements - 2020 


Locations Page 


SMI A-30 
BUR A-30 
EPR; PVD A-30 
NSM A-30 
PVD A-30 


CRA;EXE;HOP;P A-3{ 
VD; RIC; WES; WG 
R 


COV; JOH; SMI;W A-34 
ST 


COV;POR;RIC;S A-34 
cI 


MID A-31 
SCI A-31 
PAW; PVD A-32 
SCI A-32 
CHA A-32 
CRA; WAR A-32 


CRA; POR; PVD;R A-32 
IC;WAR;WGR 
CRA;MID;NKS;N A.33 
PT; PVD; WRN; WS 

T 


PVD A-33 
STATEWIDE A-33 
PVD A-33 
WAR A-33 


NAR;NKS;NPR;W A-34 
ES 


Number of In design Advertised In Construction 


Projects: 0 0 5 


Complete 


Total 
16 21 


BRIDGES 
R P 


Schedule 


Advertise 


Nov-23 
Apr-23 
‘Jul-25 
Apr-23 
‘Sep-25 


$13.0 
$6.0 
$67.9 
$3.8 
$213.4 
$304 


$1.4 


$1.3 
$1.3 


$1.5 
$4.1 
$4.5 
$1.6 
$0.8 
$14.1 
$31 


$1.5 
$1.4 


$0.9 
$2.3 
$3.1 
$1.3 
$1.0 


$12 
$346 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY21 
BRIDGE 
2603N Rt 146 Reconstruction EINER NOME A354 ee ets 26 $1674 
2603F Bridge Group 32 - |-95 CRA; PVD A356 2 (00S (i RSMCisNv-23 $90 
0016N Bridge Group 35 - |-295 SMI A356 1 0 iM 4 50922 
2602X Bridge Group 45C_H - Cottrell WES 3506CU1 CO Ch 
0013D Bridge Group 51B - Rt 37 C-3 CRA; JOH A35)6O6 «12 «RS eB iin-26 $65.4 
0201L Bridge Group 57J - Browning Mill EXE A3606(U0 2 eC Ch 
2604M Bridge Group 57T-10 - |-195 Washington North Phase 2(R EPR: PVD A366 33 (00 MM SMC ft - 26 $505 
0014N Bridge Group 59C - Reservoir Ave RR PVD 360611 (0 CCl -24 5729 
0032B Bridge Group 69E - Hunts Mills EPR A3606OU1 (00S (a CCitoct-23 $55 
19 5 $347 
PAVEMENT 
2604C 2021 Crack Sealing North, South, CentralRegionsC-1 STATEWIDE ~37 600 006M MCMC G08 
2604A 2021 Paver Placed Surface Treatment C-1 STATEWIDE A370 0 3:2 
2604B 2021 Rubberized Asphalt Chip Seal C-1 STATEWIDE A37 0 0 f= Sey 6p 12 
0083R Birch Swamp & Schoolhouse Rd (Market St- Long Ln) WRN A376 (0 0 ER ie MSay-23 $37 
0012X 1-195 Relocation - C-19 - Parks/Bridge Compltion PVD A3706ClUl0 Ol Re sCDCih05 
2604D 1-95 SB High Speed Lane Resurfacing EXE; WGR A338 00 Bee Meee Meyee 402 
0050B Pell Bridge Ramps - Phase 2 NPT A338 0 3 WOME (GUREAM dec-24 $580 
0 3 $68 
TRAFFIC 
0091U HSIP - Intersection Safety - Route 6 & 7 Fos;JoH:sct;S A38 0 0 [EGE Meme MAYE2Z 925 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave CRA A383 60 ll is 521 
2603S _HSIP - Roadway Departure Mitigation - 2021 cra;Lin;sMiswA39 0 0 [= ee 6A (f09 
0025Z Intersection Safety Improvements 2019 C-2 JOH; PVD; A39 8600 «(0 eiCASCiMay-23— $46 
0011U Mileage Based Exit Renumbering C-4: 195 (Re-advertised) CRAZEGR/EXE/# A390 0 a COC 
C;WAR;WGR 
0162D SRTS -C-4 (Wrn) WRN A396 0 0 (MS t-23 3,7 
0 0 $15 
STORMWATER 
2601W Rt 1 - Post Rd (NKS) - Drainage NKS A33060 (0060 sR g55 
0 0 $6 
OPERATING 
0131N Salt Storage Facility - Pawtucket pee A36 0 0 May-21 Aug-21 Oe s1.9 
0 0 $2 
Number of In design Advertised In Construction Complete Total 19 8 $437 


Projects: 0 0 11 13 24 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY22 
BRIDGE 
0188A Barrington & Warren Bike Path Bridges BAR; WRN A4o 2 00 iC in-26 $18.0 
0031Z Bridge Group 13B - Rt 146 C-2 LIN; PVD A4o 600 3 «RC (ass RCCiéiece-23— $3.2 
0013T Bridge Group 14 - Rt 99 CUM; LIN A4o 600 640~C i (eC Ntov-25 $158 
2603G Bridge Group 33A - I-295 Providence St. WST A4O.6UOU1 (0 ies iey-25 $107 
0016Q Bridge Group 37 - |-295 Mendon cum A40 61 0 «= RR RS May-25 G16 
0016R Bridge Group 39 - Rt 146 LIN;NPR A441 84 0 Me MAD sep-24 $066 
0016U Bridge Group 42A WAR; WST A4| 12 — HE 01-23) $29 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) CHA; RIC A461 (00 ES ie 24 
2603R Davisville RR Bridge NKS A41 1 0 (RRR BRR vec 24 964 
119 $99 
PAVEMENT 
2605C 2022 Crack Sealing C-1 STATEWIDE ~-42 © 0 [BSE GBB vs-23 913 
2605A 2022 Paver Placed Surface Treatment C-1 STATEWIDE A-42 0 0 Feb-22 Apr-22 eee) $3.0 
2605B 2022 Rubberized Asphalt Chip Seal C-1 STATEWIDE ~.42 0 0 [mee GRBRBB sun-23 $45 
0074Q Airport Connector & Rt 1/1A Post Rd. WAR A42 0 0 (RBRAR MEWRBR oct-23 995 
0082S Boston Neck Rd & South County Tr eae 00 Maye 24 505 
0082N East Shore Exowy & Wampanoag Tr BAR; EPR 43 0 0 SO Meeeea 86 og80 
2604S 1-95 (Connecticut S/L to Baker Pine Rd.) HOP; RIC A433 0 0 BSSH2a (WOWEAA = vec-23 $146 
2605G Interstate Resurfacing (I-95 and |-295) Ce eas 0-0 > in-24 Ss $293 
0082U Rt 138A - Aquidneck Ave (E Main Rd- Green End Ave) = “ID 43 00 Be Mee a1s-23 $50 
2605V Statewide Resurfacing STATEWIDE A-43 0 0 (BEE (GGRRBA may-23 $24 
2605U US-6, RI-94, Reynolds Rd, & East Rd eee ad 1.50 a O23 51128 
00 $105 
TRAFFIC 
2604N HSIP - High Risk Rural Roads Improvements 2021 CRA;EXE;FOS ~.44 0 0  [EBE@ (BEER 8 sul-23 $20 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 PARNAR NESW AMM” QO Gea ey 24 122 
2603U_ HSIP - Intersection & Crosswalk Improvements East Bay- “2D; POR A-44 0 0 Ea Bee oun23 924 
2603T HSIP - Intersection & Crosswalks CentralSouth - 2022 COV;HOP/SKS;W AAd 00 hy Ee 23 928 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) LIN;NPR;PVD ~A45 0 0 (Sema [BD vun-24 $59 
2605X Statewide Congested Corridor Upgrades STATEWIDE A45 0 0 eee Mar-23 Jul-24 $3.2 
0 0 $17 
OPERATING 
0131P Salt Storage Facility - Newport NPT A41 0 0 (REZ BSR osun-24 934 
00 $3 
TRANSIT 
9009B Pawtucket/Central Falls Transit Center Parking Lot CFA; PAW A45 0 0 ae CO ier-23 44 
9005V Providence Station Improvements SOGR EVD A45 0 0 Mar-22 Jun-22 Dec-25 $20.7 
00 $25 
Number of In design Advertised In Construction Complete Total 11 9 $250 


Projects: 0 1 26 2 29 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY23 
BRIDGE 
2605F Bridge Group 13E - West River EVD A-46 1 0 Jun-23 Oct-23 ‘Oct-25 $4.4 
2601R Bridge Group 17B - BUR BUR A-46 0 3 Jan-23 Apr-23 ‘Dec-25 $9.2 
0013X Bridge Group 18A - EGR, NKS EGR; NKS A-46 0 11 Mar-23 ‘Jun-23 ‘May-25 $6.5 
0139D Bridge Group 54B - Rt 138 Kingston Station RR SKS A46 1 0 Jan-23 Apr-23 Nov-28 $13.0 
1500B Bridge Preservation Program 2022 C-1 ee A-46 0 10 Dec-22 Mar-23 May-24 $3.0 
0016H Corridor - Tower Hill Rd NKS; SKS A-47 1 0 Aug-23 ‘Nov-23 ‘Jun-26 = $91.3 
3 24 $57 
PAVEMENT 
2606Q 2023 Crack Sealing C-1 STATEWIDE A47 8600 (OO Mar-23 ‘Jun-23 Nov-23 $1.4 
2606N 2023 Paver Placed Elastomeric Surface Treatment C-1 STATEWIDE A47 600 (0 Mar-23 ‘Jun-23 ‘Nov-23 $4.3 
2606P 2023 Rubberized Asphalt Chip Seal C-1 STATEWIDE A47 0 0 Mar-23 ‘Jun-23 Jun-24 $1.1 
2605R Pavement Improvements - BAR, EPR, WRN BAR;EPR;WRN A-47 0 0 Aug-23 ‘Dec-23 Aug-25 = $12.8 
2605P Pavement Improvements - CHA, WES CHA; WES A48 0 0 Jun-23 ‘Sep-23 Jun-25 $15.8 
2605Q Pavement Improvements - CUM cuM A48 0 0 Jun-23 ‘Sep-23 Jun-25 $10.6 
2606U Pavement Improvements - Mendon Rd WNS A48 80 0 May-23 ‘Sep-23 ‘Dec-24 $4.3 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd = BUR? GLO A-48 0 0 Aug-23 ‘Dec-23 May-25 $3.5 
0080P Pavement Improvements - Veterans Memorial Parkway = =PR A48 3600 (0 Jun-23 ‘Oct-23 ‘Apr-25 $3.8 
2604X Pavement Improvements - WAR C-1 WAR A49 1 «0 Sep-23 ‘Jan-24 ‘Jun-25 $9.6 
1 0 $67 
TRAFFIC 
2605Y HSIP - Intersection & Crosswalk - 2023 ee ae JOHFP A-4Q9 0: (0 Jun-23 Oct-23 ‘Jun-25 $3.0 


UR; LIN; NSM;P A.49 0 0 


2606R_HSIP - Intersection & Crosswalks North-Central - 2022 (Re es Jan-23 May-24 $4.7 


Oct-22 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Syst ECR PAW/WST A5Q0 0 0 MFeb-2300  Jun-24— 2.5 
Nov-22 


0102R Rt 138 & Rt 112 Roundabout RIC A-50 0 0 Apr-23 Jun-24 $2.1 
0 0 $12 

TAP/OTHER 

2606L Airport Connector Landscaping WAR A-49 0 0 Mar-23 ‘Jun-23 ‘Jun-24 $6.2 

0026Q Washington Secondary Bike Path Resurfacing a CRA; WAR; W A-49 0 0 Sep-23 ‘Dec-23 ‘Oct-25 $5.4 
0 0 $12 

Number of In design Advertised In Construction Complete Total 4 24 $148 


Projects: 18 4 0 0 22 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
0013X Bridge Group 18A - EGR, NKS Substantial Completion revised based on projected contract time. 
Substantially Complete 12/31/2024 5/31/2025 ail 
2604X Pavement Improvements - WAR C-1 Delay due to required re-solicitation of final design consultant. 
Advertise 8/31/2023 9/30/2023 EG 


NTP 11/30/2023 1/31/2024 
Advertised 

1500B Bridge Preservation Program 2022 C-1 Accelerated Advertisement. 
Advertise 1131/2023 12/14/2022 [a 

2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems Accelerated Advertisement. 
Advertise 11/30/2022 10/28/2022 \NNNS3 

0102R Rt 138 & Rt 112 Roundabout Accelerated Advertisement. 
Advertise 1/31/2023 11/29/2022 (NGS 

2605X Statewide Congested Corridor Upgrades Administrative delay during bid award. 
NTP 12/31/2022 3/31/2023 


Substantially Complete 4/30/2024 — 7/31/2024 


2605C 2022 Crack Sealing C-1 Administrative delay during bid award. 
Substantially Complete 11/30/2022 8/31/2023 | 214 
0013T Bridge Group 14 - Rt 99 Administrative delay during bid award. 
NTP 11/30/2022 12/8/2022 
Substantially Complete 12/31/2024 11/30/2025 [334] 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI Substantial Completion date revised due to fabrication delays related to the bridge 
strike. 
Substantially Complete 10/31/2022 5/31/2023 
2603G Bridge Group 33A - I-295 Providence St. Achieved NTP. Substantial Completion revised based on updated baseline schedule. 
NTP 10/31/2022 10/19/2022 AZ 
Substantially Complete 7/31/2024 5/31/2025 RBOw 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) Accelerated NTP. 
NTP 12/31/2022 10/19/2022 7 
2601E Bridge Group 51A - Rt 37 C-2 Adjusted Substantial Completion for approved Time Extension due to utility re- 


designs and relocations. 
Substantially Complete 5/31/2023 8/31/2023 (ND 


2604P HSIP - Intersection & Crosswalk - East-South - 2022 Achieved NTP. Substantial Completion revised based on updated baseline 
schedule. 
NTP 10/31/2022 10/19/2022 NZ 
Substantially Complete 12/31/2023 5/31/2024 (BB 
2604S 1-95 (Connecticut S/L to Baker Pine Rd.) Accelerated NTP. 
NTP 12/31/2022 11/4/2022 G7 
9009B Pawtucket/Central Falls Transit Center Parking Lot Delay due to supply chain issues for electrical components. 
Substantially Complete 12/31/2022 3/31/2023 (EGO 
Complete 
2605A 2022 Paver Placed Surface Treatment C-1 Accelerated Substantial Completion. 
Substantially Complete 11/30/2022 10/29/2022 2 
2602X Bridge Group 45C_H - Cottrell Accelerated Substantial Completion. 
Substantially Complete 4/30/2023 10/13/2022 199 
0082N East Shore Expwy & Wampanoag Tr Accelerated Substantial Completion. 
Substantially Complete 4/30/2023 11/18/2022 163 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) Accelerated Substantial Completion. 
Substantially Complete 12/31/2022 10/31/2022 ae] 
2601W Rt 1 - Post Rd (NKS) - Drainage Accelerated Substantial Completion. 
Substantially Complete 6/31/2023 12/30/2022 ae) 


0079B Rt5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) Accelerated Substantial Completion. 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
Substantially Complete 6/30/2023 12/2/2022 (NZH0 
0131N Salt Storage Facility - Pawtucket Accelerated Substantial Completion. 


Substantially Complete 4/30/2023 10/31/2022 (UNM87 


Budget Changes Since Last Quarter 


PTS NAME Last Current 
Quarter Quarter 
In Design 
2604X Pavement Improvements - WAR C-1 $14.510 $15.310 
Subtotal 
In Construction 
0013T — Bridge Group 14 - Rt 99 $49.000  $22.846 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI $9.586 $16.565 
2603G Bridge Group 33A - I-295 Providence St. $11.000  $16.018 
2606B —_ Bridge Group 45B_H - Kings Factory (Re-Advertised) $5.600 $6.794 
0145C —_ Bridge Group 53 - Union Village RR $5.243 $8.197 
2604P —_HSIP - Intersection & Crosswalk - East-South - 2022 $4.400 $3.215 
2604S __ I-95 (Connecticut S/L to Baker Pine Rd.) $16.800  $19.251 
9007Q = Pawtucket/Central Falls Commuter Rail Station and Bu $57.950  $64.948 
Subtotal 
Complete 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 $2.203  $1.681 
2604C = 2021 Crack Sealing North, South, Central Regions C-1 $1.560 $1.182 
2605A 2022 Paver Placed Surface Treatment C-1 $3.091 $3.991 
0015B — Bridge Group 46A - Lafayette Rd $9.106  $9.306 
0079P —_ Danielson Pk (Rt 102 - West Greenville Rd) $6.080 $5.040 
0061K — Improvements to Rt 44/100 Intersection and Chepachet $3.889 $2,385 
0172N —_Rt1A, Old Post Rd Charlestown $1.771 $1.308 
0080E STC Misc Improvements 2018 $2.857 $2.863 
Subtotal 


Total 


+ 


/- 


$0.800 


($1.745) 


($2.801) 
($3.746) 


Adjusted for TIP revision due to change in scope. 


Revised for NTP Budget. 
Bridge reconstruction budget increase due to bridge strike. 
Revised for NTP Budget. 
Revised for NTP Budget. 


Construction cost increase for 3rd party that was omitted in 
original estimate. 


Revised for NTP Budget. 
Revised for NTP Budget. 


Extra costs due to added relocation of mainline tracks, added 
expenses required to meet FTA Buy America requirements, and 
time extension expenses related to supply chain delays. 


Revised for project closeout. 

Revised for project closeout. 

Increased cost due to added scope. 
Increased cost due to modified scope. 
Revised for project closeout. 

Revised for project closeout. 

Revised for project closeout. 

Unexpected additional overhead charges. 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
0082N East Shore Expwy & Wampanoag Tr PAVEMENT A-43 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-17 
2605R Pavement Improvements - BAR, EPR, WRN PAVEMENT A-47 
2601U SRTS - C-1A (Bar) TRAFFIC A-28 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2601G Bridge Group 44A - Silver Creek BRIDGE A-23 
0071P Metacom Avenue - HSIP TRAFFIC A-20 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
2601R Bridge Group 17B - BUR BRIDGE A-46 
2601A Bridge Group 43A - Mohegan BRIDGE A-30 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-13 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd PAVEMENT A-48 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0004D Broad St Regeneration PAVEMENT A-26 
9009B Pawtucket/Central Falls Transit Center Parking Lot TRANSIT A-45 
CHARLESTOWN 

2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-19 
2605P Pavement Improvements - CHA, WES PAVEMENT A-48 
0172N Rt 1A, Old Post Rd Charlestown PAVEMENT A-32 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 


2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 


PTSID Project Name 


Type Appendix 
0114W Bridge Group 12A - Sandy Bottom BRIDGE A-22 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-13 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0025E Coventry - Local Safety Improvements TRAFFIC A-8 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-27 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0026P Trestle Trail Bridges - West TAP/OTHER A-18 
0026Q Washington Secondary Bike Path Resurfacing TAP/OTHER A-49 
CRANSTON 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-11 
2603F Bridge Group 32 — 1-95 BRIDGE A-35 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-24 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-35 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-14 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0025F Cranston - Local Safety Improvements TRAFFIC A-9 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave TRAFFIC A-38 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0114T |-295 Bridges Contract | BRIDGE A-2 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0170B Replacement of the Park Avenue Bridge No. 480 Superstructure BRIDGE A-14 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-20 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-17 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-32 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-21 
0026Q Washington Secondary Bike Path Resurfacing TAP/OTHER A-49 
CUMBERLAND 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 


PTSID 


Project Name Type Appendix 

0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
0013T Bridge Group 14 - Rt 99 BRIDGE A-40 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016Q Bridge Group 37 - I|-295 Mendon BRIDGE A-40 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-13 
0014M Bridge Group 62 - Manville Br BRIDGE A-24 
0004D Broad St Regeneration PAVEMENT A-26 
0114S Cumberland I-295 Corridor Bridges (37T - I) BRIDGE A-1 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland TRAFFIC A-19 
2605Q Pavement Improvements - CUM PAVEMENT A-48 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
EAST GREENWICH 

0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0013X Bridge Group 18A - EGR, NKS BRIDGE A-46 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-23 
0156D Bridge Group 58A - Division St BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems TRAFFIC A-50 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
EAST PROVIDENCE 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
0017B Bridge Group 49 - Henderson BRIDGE A-30 
2604M Bridge Group 57T-10 - Il-195 Washington North Phase 2 (Re-advertised) BRIDGE A-36 
0032B Bridge Group 69E - Hunts Mills BRIDGE A-36 
0082N East Shore Expwy & Wampanoag Tr PAVEMENT A-43 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-1 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
0013M |-195 Corridor Bridges (77) BRIDGE A-2 
2605R Pavement Improvements - BAR, EPR, WRN PAVEMENT A-47 
0080P Pavement Improvements - Veterans Memorial Parkway PAVEMENT A-48 


PTSID 


Project Name 


Type Appendix 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) PAVEMENT A-27 
0131M Salt Storage Facility - East Providence OPERATING A-25 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-21 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0201L Bridge Group 57J - Browning Mill BRIDGE A-36 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-38 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
FOSTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
GLOCESTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-9 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd PAVEMENT A-48 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-20 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-17 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
HOPKINTON 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
2604S I-95 (Connecticut S/L to Baker Pine Rd.) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 


PTSID Project Name Type Appendix 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-4 
0165V Woodville Road Improvements PAVEMENT A-8 
JAMESTOWN 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
JOHNSTON 

0173U 1 R Improvements to Winsor Avenue PAVEMENT A-6 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-11 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0114V Bridge Group 35T-8 - I-295 C-3 BRIDGE A-12 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-35 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
0114U 1-295 Bridges Contract 2 BRIDGE A-2 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-39 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-18 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-3 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0173Z US Route 6 Hartford Ave PAVEMENT A-8 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
LINCOLN 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2603N Rt 146 Reconstruction BRIDGE A-35 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 
0013T Bridge Group 14 - Rt 99 BRIDGE A-40 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016R Bridge Group 39 - Rt 146 BRIDGE A-41 
0014Z Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-14 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-17 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 


PTSID 


Project Name 


Type Appendix 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
LITTLE COMPTON 
0173S Snell Road Improvements PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
MIDDLETOWN 
0078V ADA Improvements to Greene Lane PAVEMENT A-31 
0011E Aquidneck Avenue HSIP TRAFFIC A-19 
0076Z Aquidneck Avenue Improvements TRAFFIC A-19 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 TRAFFIC A-44 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-27 
0082U Rt 138A - Aquidneck Ave (E Main Rd - Green End Ave) PAVEMENT A-43 
NARRAGANSETT 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0162G SRTS - C-2 (Nar) TRAFFIC A-29 
2602M STC Improvements - 2020 TRAFFIC A-34 
NEWPORT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-27 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-38 
0131P Salt Storage Facility - Newport OPERATING A-41 
NORTH KINGSTOWN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0013X Bridge Group 18A - EGR, NKS BRIDGE A-46 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-23 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-13 
0016H Corridor - Tower Hill Rd BRIDGE A-47 
2603R Davisville RR Bridge BRIDGE A-41 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
2601W Rt 1 - Post Rd (NKS) - Drainage STORMWATER A-38 
2602M STC Improvements - 2020 TRAFFIC A-34 


PTSID 


Project Name Type Appendix 
NORTH PROVIDENCE 
2603N Rt 146 Reconstruction BRIDGE A-35 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016R Bridge Group 39 - Rt 146 BRIDGE A-41 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
2602M STC Improvements - 2020 TRAFFIC A-34 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
NORTH SMITHFIELD 
2603N Rt 146 Reconstruction BRIDGE A-35 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
26012 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
0021U Blackstone Bikeway 8C TAP/OTHER A-8 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-11 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-12 
0145C Bridge Group 53 - Union Village RR BRIDGE A-30 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-20 
0013L Route 146 Corridor Bridges (38) BRIDGE A-3 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-20 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
PAWTUCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0013N Bridge Group 03 - I-95 BRIDGE A-22 
0004D Broad St Regeneration PAVEMENT A-26 
0192) High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-28 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-32 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-2 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-6 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-7 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems TRAFFIC A-50 
9007Q Pawtucket/Central Falls Commuter Rail Station and Bus Hub TRANSIT A-21 
9009B Pawtucket/Central Falls Transit Center Parking Lot TRANSIT A-45 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-3 
0131N Salt Storage Facility - Pawtucket OPERATING A-36 


PORTSMOUTH 


PTSID 


Project Name Type Appendix 

2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
0007C East Main Road 1R Improvements PAVEMENT A-6 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 TRAFFIC A-44 
0081R Route 24 Improvements PAVEMENT A-7 
0131L Salt Storage Facility - Portsmouth OPERATING A-16 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
PROVIDENCE 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2603N Rt 146 Reconstruction BRIDGE A-35 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013A Bridge Group 01 - PVD BRIDGE A-22 
0013P Bridge Group 06 - PVD BRIDGE A-11 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-11 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 
2605F Bridge Group 13E - West River BRIDGE A-46 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-12 
2603F Bridge Group 32 — 1-95 BRIDGE A-35 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-12 
0114x Bridge Group 40A - Hawkins BRIDGE A-23 
0015D Bridge Group 40B - Bath St East BRIDGE A-23 
0017B Bridge Group 49 - Henderson BRIDGE A-30 
2604M Bridge Group 57T-10 - I-195 Washington North Phase 2 (Re-advertised) BRIDGE A-36 
0014N Bridge Group 59C - Reservoir Ave RR BRIDGE A-36 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-14 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-30 
1500B Bridge Preservation Program 2022 C-1 BRIDGE A-46 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-33 
00701! HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-33 
0013M |-195 Corridor Bridges (77) BRIDGE A-2 
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0012Q I-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-16 
0012T |-195 Relocation - C-18 - Gano St PAVEMENT A-16 
0012xX |-195 Relocation - C-19 - Parks/Bridge Compltion PAVEMENT A-37 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-32 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-39 
9003E Materials Lab - Quality Assurance OPERATING A-24 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-3 
9005V Providence Station Improvements SOGR TRANSIT A-45 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-3 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
RICHMOND 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0170C Baker Pines Bridge No. 593 BRIDGE A-1 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) BRIDGE A-41 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2604S I-95 (Connecticut S/L to Baker Pine Rd.) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0102R Rt 138 & Rt 112 Roundabout TRAFFIC A-50 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-4 
0165V Woodville Road Improvements PAVEMENT A-8 
SCITUATE 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-6 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
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0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-27 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-31 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-17 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-32 
0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-28 
0173Z US Route 6 Hartford Ave PAVEMENT A-8 
SMITHFIELD 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
0013R Bridge Group 10 - |-295 BRIDGE A-30 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016N Bridge Group 35 - I-295 BRIDGE A-35 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-20 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-17 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-29 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
SOUTH KINGSTOWN 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0139D Bridge Group 54B - Rt 138 Kingston Station RR BRIDGE A-46 
0016H Corridor - Tower Hill Rd BRIDGE A-47 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-8 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
00732 HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-9 
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0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-6 
O0O055L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-27 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access OPERATING A-4 
0084B 2017 Crack Sealing North and East Regions OPERATING A-4 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-4 
0105C 2018 Crack Sealing Limited Access OPERATING A-15 
0105F 2018 Crack Sealing North and East Regions OPERATING A-15 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-15 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-25 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-25 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-25 
2604C 2021 Crack Sealing North, South, Central Regions C-1 PAVEMENT A-37 
2604A 2021 Paver Placed Surface Treatment C-1 PAVEMENT A-37 
2604B 2021 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-37 
2605C 2022 Crack Sealing C-1 PAVEMENT A-42 
2605A 2022 Paver Placed Surface Treatment C-1 PAVEMENT A-42 
2605B 2022 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
2606Q 2023 Crack Sealing C-1 PAVEMENT A-47 
2606N 2023 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-47 
2606P 2023 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-47 
0025) High Friction Surface Treatments 2016 TRAFFIC A-9 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-33 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-28 
2605X Statewide Congested Corridor Upgrades TRAFFIC A-45 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-5 
2605V Statewide Resurfacing PAVEMENT A-43 
0025P Statewide Road Diet 2017 TRAFFIC A-10 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-10 
TIVERTON 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
WARREN 
0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) PAVEMENT A-37 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-20 
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2605R Pavement Improvements - BAR, EPR, WRN PAVEMENT A-47 
0162D SRTS - C-4 (Wrn) TRAFFIC A-39 
WARWICK 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0074Q Airport Connector & Rt 1/1A Post Rd. PAVEMENT A-42 
2606L Airport Connector Landscaping TAP/OTHER A-49 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0016U Bridge Group 42A BRIDGE A-41 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-24 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-14 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-2 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-6 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
2604X Pavement Improvements - WAR C-1 PAVEMENT A-49 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-20 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-32 
2602L STC — 1-295 SB at Bald Hill Rd TRAFFIC A-33 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
0026Q Washington Secondary Bike Path Resurfacing TAP/OTHER A-49 
WEST GREENWICH 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0143A Bridge Group 57K - Big River BRIDGE A-13 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-38 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
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2601H STC Misc Improvements 2019 TRAFFIC A-29 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-4 
WEST WARWICK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
2603G Bridge Group 33A - I-295 Providence St. BRIDGE A-40 
0016U Bridge Group 42A BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems TRAFFIC A-50 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
0026Q Washington Secondary Bike Path Resurfacing TAP/OTHER A-49 
WESTERLY 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2602X Bridge Group 45C_H - Cottrell BRIDGE A-35 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-19 
2605P Pavement Improvements - CHA, WES PAVEMENT A-48 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-28 
2602M STC Improvements - 2020 TRAFFIC A-34 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
WOONSOCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0021U Blackstone Bikeway 8C TAP/OTHER A-8 
0021S Blackstone River Bikeway - 8B-1 TAP/OTHER A-18 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-9 
2606U Pavement Improvements - Mendon Rd PAVEMENT A-48 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-29 


